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COPY \ oF )_ 


January 3, 1959 


Dear Dan: 

Enclosed is a copy of our subcontract with 
Boston. In accordance with your verbal instructions, 
we have sent this contract to them for acceptance. 

Very truly your s. 
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LOCKHEED AIRCRAFT CORPORATION 


*1- 


MISSILE SYSTEMS DIVISION 

Sunnyvale, California 


PURCHASE ORDER 


12/30/58 


PAGE 

1 


OF 


id 


PURCHASE ORDER NUMBER 

■ 100-9 


MODEL 

WORK ORDER REF. 

REQUEST NO. 

■ 


. © 10% 


DATE REQUIRED AT DESTINATION 



CONTRACT 


as mwimn 


r 


L 


itm mwammm 
too mmmmm m tm 
m® is,, wm* 


\ CHIP TO* LOCK HEED A IRCRA FT , CO RPORATION 

fflLSae-Hf IBB B BSM M 


PREFERENCE RATING 


" -030 


mmmu am 


copy; + of — ~ 


SHIPPING POINT 


via iasML m m mmmm 


lV ) QUANTITY 


UNIT 



TERMS 

mt 30 


DESCRIPTION 


FOR RESALE? 




PRICE 


msmwm 


mm mmmmt 



m mmmm 
«mnm jommwp 


c 


BuriMg the. jjcf’toel of 1 May thru 31 Octoter 1959 $ 

Ittis Gasp, siialX pmvt&e tft® i^easary perso«E©l» laatcffllal, 
oer vices, facillti.esjP^olln.: im equlgBMHft to perform She 
<Sealgi% «iewlopseat # . tsstieg and Olivary, as 

Specified, of a corapleK\^ot©.;ra|>hlc reconnaissance casern 
system for useQto an ©rbiMrsg satellite* 'll?® system ahjall 
ho capable of patop|^lfl|{ a given era® of the earth*© 
©urfacs from the sakta W811?S* orbiting vehicle and ©hall fee 
capable of tsrawsmag the- opposes! Ala into © recoverable 

hi and A3 certifications required 


CERTIFICATIONS 

The following certifications are required if indicated above: 

Al. Materials and/or parts furnished on this order have been manufactured in accordance 
with all applicable instructions and specifications. 

A2. (On Packing Sheet) Materials and/or parts furnished on this order have been manufac- 
tured in accordance with all applicable instructions and specifications. Physical and 
Chemical data pertaining to this order are available for inspection. 

A3. (On Invoice) We hereby certify that these goods were produced in compliance with 
all applicable requirements of Sections 6, 7 and 12 of the Fair Labor Standards Act, as 
amended, and of regulations and orders of the United States Department of Labor 
issued under Section 14 thereof. 


G. DO NOT DECLARE VALUE on express or air shipments. Do NOT Insure parcel post if 
Buyer's risk. Obtain Parcel Post receipts. AIR MAIL COPY OF BILL OF LADING, 
EXPRESS RECEIPT, OR AIRBILL TO OUR TRAFFIC DEPARTMENT IMMEDIATELY. 

H. Load, block and brace rail shipments per latest loading rules of Association of Ameri- 
can Railroads. 

I. RADIOACTIVE MATERIAL — If the material covered by this order contains radioactive 
material in excess of .1 mill icu ries, vendor shall show the following on all Packing 

Sheets "Radioactive Material" Isotope : 

Amount : 

THIS ORDER CONSISTS OF THE NUMBER OF PAGES SPECIFIED ABOVE, AND IS 

SUBJECT TO THE ABOVE INSTRUCTIONS AND THE TERMS AND CONDITIONS PRINTED 

ON THE REVERSE SIDE HEREOF. 


) B. Please sign and ’return acknowledgment copies immediately. 

] / " > '-voice in triplicate, showing purchase order, item, part and Government contract 

0 I A I ambers, if any, on all copies, and mark one "Original." 

1 D. Taxes payable by Buyer to Seller must be itemized on invoice. 

E. Packing List must show Lockheed Part, Purchase Order and Item numbers. MARK 
PACKING LIST AND INVOICE COVERING FINAL SHIPMENT "ORDER COMPLETED." 

F. Include packing list in each shipment. Show bill of /ac/tng or express receipt number 
and purchase order number on all packages. Mark each container to show number of 
containers in shipment (such as I of 3). A+tach packing list to number one container. 
Show purchase order number on all paper. 


LOCKHEED AIRCRAFT CORPORATION 
Missile Systi 


By- 
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LOCKHEED AIRCRAFT CORPORATION 
MISSILE SYSTEMS DIVISION 

Sunnyvale, California 


PURCHASE ORDER 

DATE 

u/yo/se 


PAGE 

OF 

| NUMBER 

t 

10 

10b-9 


REQUEST NO. 


lOOli 


XTHf CO-frrM .J’JH 

Too at< tut* 

: t ijfs 15^ mt*d* 


QUANTITY 


DESCRIPTION 


itttkl 


for ewi 

fipal F>PO€Sfei 

Itek 


capsule 

nor tJtn 
ata tenant* 
rdeal problltna anui 
end apecifleatione 
Utter 9103-^-100 
Aircraft Csrperati 


sric: 


ste-port^ 
ficut'i one 

report reef 

Itta 31 


return to the turfoe© of Use tarth* neither the rseoj 
>eexng of the ilia ar included nltliLi) the nqulraKets 
up. AhaU aeeun© reuponeir ility for solution oi « variel 
perform oil work in general confomsnce *dtli Itek bosp. 

dated .11 or tote r ao r»-4fled by itefc| 

ttkd It* iOoweber under the technical oi recti on of 
m, itiBfttle y tens iHvi ion* 


very system 
#f this work 
tv of tech- 
proposal 

dorp* 

Lockheed 


Tigris 


1 dlivr 

|»h«— >10, 

Irrmentle 


tits 

3-*>6-2i 


hh defined in J^odlr •> of Itek Cor< «* proposal end epsci- 

ii noted 51 October 1 9b& so listed below, end elitalrjet|u>g those 
wrlch are not indued in the following JLJLstt 


Brief in.;, Alda for 
.^ph-aooeRbly Toot 


• rrimiwKnltsl acesjptanee Zest iepoi 

incl M^port, > neiroiwntel feetint 


fins! i'-n(lnecrin 

Interim dr swt a s 
final drawings 


guw hi» 


idliwricej 
of Kneloe 
19sfl an 


Item 1 • 


jeaah Monthly Prepress "k.etia 
©ports 


leport 






ate 

jtti o' each ssonth 


in 

l, r 

cote>; 


ao 

1/m 
1 set 


a si cm^l. ted 

1*5 '.ays after com- 
pletion o this 
phase 

1*5 days alter com - 

pletion of pre, rsn 


* a 

h* 

oJ 


sure 

nodi; 


her* uncen- shell *•* in cuinfo, nance with that as specified on pa**,- 
1 of itek wjrp* pro seal and specifications h-9i03-56-8is dote 1 
.fled in rsn otiatione* 


■Systems Management '■ervieee a©' 
defined in Apivendi* a 


dob 


monthly report 
fays after teak 

Irtior. 


cxr* dieted 


days 

tion 


iter corn- 
er program 


s 6 thru 11 
id 51 « toner 


■M/b - 10/ 31/59 
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LOCKHEED AIRCRAFT CORPORATION 
MISSILE SYSTEMS DIVISION 

Sunnyvale, California 


PURCHASE ORDER 


l2/J0/5d 


S' 


AGE 


iff 


NUMBER 


ldO-9 


REQUEST NO. 


licit 6U^*^Uktim 

loo otmm i&htii 

worm 15, tm ;• 


» 


QUANTITY 


UNIT 


DESCRIPTION 


PRICE 


Item 2 - 


&eai«ji unci Fabricate eaeem arm cassette 
apoec utilisation soeNf in accordance with 

Appcndlir - and C 


f» Bock-bp pace 
itte Modr-bp pace 


I tan 3 •jDaai.n fabricate eaere and cassette 
'•iiht m** balance mock-up in accordance 
with Aoj «ndi* & and C 

Caatefa ’ ei^ t •••>?*■ mlance 

Caaaatta hodr-b» # eight and ‘<-l«nce 


Item h • 


ueal.n 
of thlt 
l»afc t* 


md fabricate a thermal rx>ck«up 
naaro md caaaatta to simulate 

■isnflfer caution# of the ecuA 


Camera ana Cassette . -oek«vp. 


It\e 5 - 

lens 


ti*i»t and it 


Lens 


for 


Tuo 


lens 

V 


Cell 
for 1 
for 1 

cells 

for 


ffo 




One 

(tm 

Itaa 6 - 


lnrelimii 

(nairiirslm) 




Test 

A (AlW 

« (alumU 

•r crvirrmiiy^tel test 
jO‘k, ar leretion, vibration 

(alasinun) 

T+o for tftnp* raters, altitude, humidity 

(eteel) 

n^ry cell for kinematic *r*ly is 


Item 7 • 


•firat tire© uidle not fli.ht qualified. 


vuantitjr 


1 

1 

1 

1 



2 . 

2 

2 

2 

1 


1 

1 

*1 

*»1 

#1 


hate 


<*'22/58 

7/7/58 

tv'a/58 

7/7/5« 


7Mh 

l/lVfai 

?/l«/5# 

7/19/58 


a, 


lA>/5 
7A 5 / 5 » 


/15/5« 

5/5* 






*/l/5^ 

^15/58 


1?AV5S 

J/7/S9 

Vn/59 

ii'lh/ 59 
*H</59 
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LOCKHEED AIRCRAFT CORPORATION 
MISSILE SYSTEMS DIVISION 
Sunnyvale, California 


ir*. '** rwm m 

TOO *;-*> : <’ 1?’"* hi*#* AVr- MiF 

BQ£tO’ 15, MA ■ 


PURCHASE ORDER 


iz/ya/W 


T $ NUMBER 100-P 



DESCRIPTION 


It** 1 J (cent mod) 


^entity 


XU* 9 


XU* 9 


XU* 10 L 


Its* 11 - 


k/U/59 

/li /59 

i/u/59 

i/ 30/59 

1/1/59 

1/W59 

W15/59 

i/5/59 

1/12/59 

S/1V58 

1/0/58 

M/Sb 

ia/U/58 

IC/Jj/58 

ll/3t/5^ 

12/7/58 

13/27/58 

1/3/59 

1/31/59 

VW59 

/ 28/59 

/ 28/59 


<12/5 

tV)/& ! 

3/U/58 

1/23/58 

l/jd/58 

1/21/58 

4/59 

<8/59 

<15/59 

'19/59 


** tlMisc uiAtfi ere ee» ntially tt* ees* •» deliverable kdUb Hi XX 

bee*. c^all«l( 0 and will not Include tronsdt eases* 


it i*ve 
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LOCKHEED AIRCRAFT CORPORATION 

MISSILE SYSTEMS DIVISION 

Sunnyvale, California 


PURCHASE ORDER 

JE 

12/30/58 


PAGE 

6 


OF 

ID 


NUMBER 


luo-0 


REQUEST NO. 


ITT* VAjmJmtl Xi 
700 c i mw h 

-t iH b| M ?'•* 


ft lOdfe 


QUANTITY 


UNIT 


DESCRIPTION 


PRICE 


Item n k 


Item 26 L 


OBantlty 

1 tor each fabri- 
cated c«« sett* • 
flight units only 

1 for each fabri- 
cated test console 
less console ('« ll 


Date 

Cbnearrent with 
Nvipneot delltrertea 


Item 27 
frail* 
Piei* 

item 28 • 


tin : 0 vrjlmta ion, feat 4*m«rt 

ki OOI 


Job 


Item 29 


r '«** 

u. 
In 

**rs» 


ilpdMit ana t acuities to 
<port tf* teat pro, ram tieeecierd 
•jp|w>4!x one *j«ac u |«k 


Item 30 •» 
Item 3<r <» 


I tan 33 ■■ 

Caeeotte fiuiurt 


Item 3b 

Inoe^r Global 






eonteincr 


Job 

specified in 
a pf rtdir f 


1 each 


utetie simulator 
S i) M?> UMU 


1 each 


Lockheed 

furnifhed 


Aircraft 

the it: 


t; orpow tion, ffisail* ^yatf«n iviaion shall ftirn lab or 
-.ins of or »!■ Hated below by the dates indicated! 


item 1 • 


Item 2 - 


Item 3 - 


Caaeette installed fixture to h* aserafeled 
with a «**.••»< r<> for us© In the Dynamic initiator 


Velocity 

(to f*e 


wff«in.: fiKtwree ft-ic, ©art No* TWiWMS 

rnrefem*? from Air oree c mtraet No* aF 33(038)21250) 


Conet rrent with 
dcticexioa 


Wl/9 - 3/1/59 
1/1/ ^ - 10/31/5$ 

thru completion 
of tests 

12/1/58 

Af/H* - 12/31/1 

as required 

12/15/58 

12/24/58 

eauae to bo 
by 2/1/59 
by lO/h/SB 


oils of 70 m film as deaerii < d in tb fallonitv list 14 ; 


i a meet the 
«HliIed sehidals 
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LOCKHEED AIRCRAFT CORPORATION 



MISSILE SYSTEMS DIVISION 

DATE 

PAGE 

OF 

fc 

Sunnyvale, California 

12/30/50 

r 

10 


PURCHASE ORDER 


NUMBER 


10CW> 


REQUEST NO. ft im 


ITfl C&VtjiUlflKM 

too 


ITEM 


QUANTITY 


UNIT 


DESCRIPTION 


PRICE 


Operational ^egd » 



•5.0. 125 
TwtlM Imdi 


s.o, 


1118 
• *. lit 8 
S.O. Ilf 8 
S.U. 11? 8 
11 ' 8 
S.a, 1231 
. *. 1231 
1231 
1231 
a.u. 12^3 
ttomy 

i 


lit 8 
11 ? 8 
ilffl 
11 ? 8 
1231 
12J1 
1231 
1251 


VJ. 

. ». 
3 . 0 . 
" # ^ • 

3.0. 


utwagr 

Aimqr 


Lurwy 


ftaount 




6 

6 

3 

1 

3 

2 

3 

1 

2 


Mount 


6 spool* at 3500* 

7 spool* at 7000* 
12 pools at 7000* 

6 spool* at 35*0* 

7 spool* at 1000* 
12 spools at 7000* 

ifetO 


1 spool at 1000* 

3 spools at W O' 
b spool* at 7000* 

It spools at 7000* 

It Spool* st 70 uOy"\ 

1 npool at 1000* \ \ 

3 spools at 7000* \ \ 

at 70U0* \J 
et 7000* \ 

7000* \ 

t 7000* 
it 7000* 

7000* 

spools 'kt 7 0* 
spools at TOGO* 
apool at 7000* 

Spools tet TW O* 
.spools at 70i»0* 
spools at ‘70 J* 
rpool at 7030* 

: spools at 70 «* 

3 spool* at 7000* 

2 sports at 7000* 
spools at TOGO* 
schools at 7000* 
spools st 7 OX»* 

3 spools at 70UO* 

31 spools st 7003* 


9/20/58 
9/20/ 

io/; 
iy«. 

2/7/59 
9/20/58 
9/20/58 
10/11/58 
11/29/58 
i/1/39 
9/27/58 
lfl/1/58 
11/29/58 
12/20/58 
2/7/59 
10/1/58 
11 / 8/58 
12/V5« 
I/IO /59 

10/1/5 B 
11/8/58 
1W53 
1/10/55 
9/20/5 
iQ/l /5 8 
11/29/58 
12/20/58 
2/1/39 


Gats 


2/28/59 
2/28/59 
V*7/59 
S/28/59 
V«V59 
b/ 21/59 


tor use 
For use 
tor usr 
For uas 
For use 
or u«e 
;r use 
For t,«s 
For un« 
tot use 
For uos 
For use 
For use 
For us* 
For usa 
For usa 
For uao 
f or use 
For use 
For use 
For use 
For usa 
For use 
For use 
For us* 
For use 
F jr use 
eor use 


at 

at 

l*t 

t 

at 

at 

at 

at 

at 

at 

at 

at 

st 

|at 

at 


FGIC 
FCIC 
* Fie 

FCIC 
FCIC 
FCiC 
FCIC 
FCIC 
FCIC 
FuIC 
FCIC 
FCIC 
FCIC 
FCIC 
FCIC 
at ITM 
at XTNt 
at lf»F 
at ITFI 
at IW 
at ITW 
ct ITi K 
at ITI* 
at I ft* 
at ITfft 
at I7;-K 
at ITi* 
at li>K 


Form MSD 967H COPY 

Sanitized Copy Approved for Release 2011/01/05 : CIA-RDP89B00709R000200410017-4 





Sanitized Copy Approved for Release 2011/01/05 : CIA-RDP89B00709R000200410017-4 

LOCKHEED AIRCRAFT CORPORATION 

MISSILE SYSTEMS DIVISION 

Sunnyvale, California 


PURCHASE ORDER 

12/30/58 


DATE 


PAGE 

3 


OF 

10 


NUMBER 


100*9 


REQUEST NO. 


ITfr ";J W>A'Sl AS 

Too c- »».-,»» -a t mt 

-wm is, 


« 108b 


ITEM 


QUANTITY 


UNIT 


DESCRIPTION 


PRICE 


STAT 


STAT 

STAT 

STAT 


fgptUx.’ *eeda (oantlnued) 


M £2 

HiS 

»•<*. USB 
»V >e if 21 
s.a. ltSpL 

U88 

1188 

USB 

3# ; i# U‘B 

3. --i. 122|1 


agmiB 


Amount 


Dote 


Henorko 




1 

1 

1 

1 

1 

1 

1 

1 


spools at ?.» o* 

12/1V58 

3/WS9 

for 

uao at Print 

apoola at TOO* 

for 

net at Print 

aponla >t 7 * 0* 

12/ia/sa 

3/1V59 

for 

aea at rrlM 

spool r. et 

For 

uaa at Print 

apoola at 7000* 

U/28/5« 

for 

line t 

*t Print 

Qftool at 

10/4/S8 

for 

tirap 

to at 

Bpodl at 7000* 


!’OV 

ifop 

tost 

spool at 7000* 
spool at 70w' 

u/nAn 

12/6/sy 

tor 

t' or 

Jrop 

teat 

teat 

, spool at TOGO* 

10/4758 

For 

drop 

teat 

pool at m 0* 

u/V5\ 

•*or 

atop 

teat 

spool at 7000* 

U/J?2/5*S 

^0r 

drop 

teat 

apool at 7000* 

12/VS»\ 

for 

crop 

teat 


FACRiiit* .* CMnmt 


AU St. 

for the 
corrierof 
carrier;- 1 
supplied 


ippents 


ah ill he podded and crated in tenor 

detect an of «.«lloet« in* Chren to Men in 
torlffb, falrHiild afcalk Mk t«.'T*anrihle 
eamms»i the® collect, via tended 



FOnde au 


etirj 

land < T ob 
total to 


ht 


ooa*,- spqpnract > 


are tr ariaaitted 

1*010 <1U), 


«Mt0, ho- ever, 
on at: Inner env< 




with appliahoit sbeeifleetiona 
onsit or In anoorowBo with all 
deliver all fldpoeiBta to tho 
r ireli hi to the afdreau to he 


fomanee of t*« work cprcifled hr-reuiwar are 


ib,<m,2W 0 iX) 

in.rn.uo 


a a tol ovat 


AU oorrf 'pondenbe including reports, nvolces, till* of n<terlal. *tc.. vnioh 
pis >jv*t* mail ehaU he addressed to 
California* AU r* porte end ontrac taal corree po n de n oe 
Jshall te ai rented to the attention of 


or eoeu* 

on content# or 
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LOCKHEED AIRCRAFT CORPORATION 


MISSILE SYSTEMS DIVISION 

date . . _ 

PAGE 

OF 

NUMBER 

Sunnyvale, California 

17/30/50 

9 

10 



PURCHASE ORDER 


100-9 


REQUEST NO .$* lubU 


ITMt C0M>mn<M 

700 comm ; amh avi-wh*. 

T -'i> ••fJH 


QUANTITY 


UNIT 


DESCRIPTION 


PRICE 


A MTi dPAlPOHY COwSl 


*11 oostk mt exMedin. ?,<*)O f OQO.GO which have been imnmd in antic 
this c *»t* act ana whirls coeto would be eooddt red au eilowacle coate ha. 

to the iLUuanee hereof* atoll be SMsetuarcd allow ab le subject to| 
moc 'tepee ty vJhe C.m true tin. * officer as allowable easts. 


ibot 


ition of 
rounder eub- 
thr final 


;Vr Rf HOm 


Authorl 
tag 72 
1 ftovenfcji •; 

Carp, 
work 
sin, : le 
Itek Co 

of Sit 
be collel* 
UUP for 
omtiai 
in - dvanje 
process 
fled, 
in any 
indlcataid 
eetlnetJ 


hburt 


api 

itoon 


* on id 

* pefj 
r 199) 

sulbeecent 
hesjeundcr 

isift opejri 
non 
per 
ted and 
a -prevail 
beyond 
e sf t 
Iwhich 

iS «W: 

liven raoc|' 
above 

it? ??r 


htretoj > iv«n for a two chi ft operation «d overtiie op 


to and inclnd- 


work week per shift by Fairchild w«*ra * Inst twit Carp, through 
wad bo hours per week single dilft by Fairchild t stem 4 I net went 
to 1 %vtiber 1956 through completion of work in the perfarnmoo of 


eui e extractor to Xtnt- Carp.. Authorisation is hr refey , iven for a 
•alien end overtime up to and Including 51s hours per writ week by 
lor in pliant writ fron inception to couple tlon. svertiine in 
|wcek by itek borp. prior to def ini tisation 
identified to Items of orit authorised he; 
net later then January 1* 1959. Further, 1 
that authorised herein without 


dour 


It 


re nee with th» exception of 
>11 if rivers r»oet arfMOTul by 
■ride t«ry f ho ever* that an advance 
th be supplied to Vance ft. i-yneh 
f t least one weak Hi apvnnce of 
spared. 


U3K or Qbv> M-Hr FACi /Util* 


It ia 

faceted 
AF 33(h 

alitor 


unde; 


rst-ooq 

bpen th* 
b)-3fil72|, 


otiiiUf. t kx& 1 m w^» 


a sole aburce Item 


However, 
and dial: 


ftooo aouiid .imrahwi; 
inrluln' the nose 


this p 
be RTOii 





priar writ 
esery eon 1 



subcontract shall 
and pr seen ted to 
uhall not incurr 
of ima 
work la 
fully Juatl- 
overtime 


consent 
of 

sebnAttodNpnd if 
it e of anticipated 
h the corresponds ace channels 
slender month for «irid> the 


that thb proposal covering the per romance of work hi 
no choree uW of (jswernaent facilities under sir force! 


rfccjue 


In recognition oL' tr<r crash nature of the pro ram authorised ht rounder* 
her* .-/ yjranted tp purchase itene on s single anuree bsei» w«n thau<b if 

In order to expedite receipt of the ltca or Itene 
>r^cediire should not be used accept .in well doewt toted inc 
ded wherever possible. ffatwith;; tending the «« prove! gt- 
lug clicks and procedures thould bo followed in s i 
scary a-jcunentatlon* 


creunde; 


r is pre- 
contract 


pemLseion in 
nsy not bo 


o' ted* 

ijtanoeo 

hereby* 
hrocunaent 
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•LOCKHEED AIRCRAFT CORPORATION 
MISSILE SYSTEMS DIVISION 
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/ 


TERMS AND CONDITIONS OF PURCHASE 
(For CPFF Subcontracts under Prime Contracts with the Air Force) 



DEFINITIONS: 

As used throughout these terms and conditions of purchase, the following terms shall 
have the meanings set forth below: 

a. The terms "the Department means the Department of the Air Force. 

b. The term "Secretary" means the Secretary, the Under Secretary, or any 
Assistant Secretary of the Department and the term "his duly authorized 
representative" means any person or persons or 'board (other than the Con- 
tracting Officer), authorized to act for the Secretary. 

c. The term "said purchase order" means the purchase order or purchase orders 
by Lockheed and accepted by Contractor which Incorporates these terms and 
conditions of purchase by reference. 

d. The term "this subcontract" means said purchase order and these terms and 
conditions of purchase which are included therein by reference. 

e. The term "Lockheed" means Lockheed Aircraft Corporation, acting on behalf 
of its Missile Systems Division. 

f. The term "Contractor" means the party who accepts said purchase order. 

g. The term "prime contract" means the contract between Lockheed and the United 
States of America under which this subcontract is issued, the number of 
which is specified on the face of said purchase order. 

h. The term "Contracting Officer" means the person executing the prime contract 
on behalf of the Government, and any other officer or civilian employee who 
is a properly designated Contracting Officer, and the term includes, except 
as otherwise provided in this subcontract, the authorized representative of 
a Contracting Officer acting within the limits of his authority. 

i. The terms "work" or "services" mean all work to be performed under this sub- 
contract including any studies covering fundamental, theoretical, or exper- 
imental investigations; any extension of the investigative findings and 
theories of a scientific or technical nature into practical application; 
any tangible items (hereinafter referred to as "supplies") furnished to 
Lockheed; and any reports, data, computations, plans, drawings and speci- 
fications with respect to any of the foregoing. 

Lockheed and Contractor agree as follows: 


( - 
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TERMS AND CONDITIONS: 

ARTICLE 1 - PROVISIONS APPLICABLE TO SERVICES AM) SUPPLIES TO BE FURNISHED 

a. Contractor agrees to perform the services and furnish and deliver the 
supplies specified in said purchase order in accordance with, (i) the terms and 
conditions contained herein, (ii) the specifications and requirements, delivery 
schedules, printed "Instruction", and typed provisions all as specifically set 
forth in said purchase order, and (iii) in accordance with each written changed 
purchase order and purchase order change notice relating to said purchase order 
issued pursuant to the provisions of Article 3 (Changes) hereof or entered into 

by mutual agreement between the parties hereto. Acceptance of such changed purchase 
orders and purchase order change notices shall be- by signing and returning the ac- 
knowledgment copy thereof to Lockheed within fifteen ( 15 ) days after receipt of same. 

b. Said purchase order and all changed purchase orders and purchase order 
change notices relating thereto which are accepted by Contractor are by this refer- 
ence made a part of this subcontract. The terms of this subcontract shall supersede 
the terms set forth on the back of said purchase order. Any typewritten provisions 
appearing on the face of said purchase order or on the face of any such changed 
purchase orders or purchase order change notices shall supersede these terms and 
conditions to the extent in conflict therewith. 

c. Said purchase order includes an amount covering estimated cost and fixed- 
fee, if any monetary consideration is to be paid by Lockheed. 

ARTICLE 2 - PACKING AM) CRATING 

All supplies shall be packed in suitable containers for protection in ship- 
ment and storage except as otherwise specified in this subcontract. Packing must 
conform to requirements of carriers' tariffs. Contractor shall be responsible for 
damage in transit as a result of insufficient or improper packaging and for repair 
or replacement required as a result of non-conformance by Contractor with the 
terms of this article. 

ARTICLE 3 - CHANGES 


Lockheed may at any time, by a written order, and without notice to sureties, 
if any, require additional work within the general scope of said purchase order or 
make changes, within the general scope of said purchase order, in any one or more 
Of the following : 

(i) drawings, designs, or specifications ; 

(ii) method of shipment or packing; 

(iii) place of delivery; and 

(iv) the amount of Government- furnished or Lockheed-furnished property . 
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If any such change or addition causes an increase or decrease in the estimated 
cost of, or the time required for performance of said purchase order, or otherwise 
affects any other provision of said purchase order, an equitable adjustment shall 
be made (i) in the estimated cost or delivery schedule, or both, (ii) in the 
amount of any fixed fee to be paid to Contractor, and (iii) in such other provisions 
of said purchase order as may be so affected, and said purchase order shall be 
modified in writing accordingly. Any claim by Contractor for adjustment under 
this article must be asserted within thirty (30) days from the date of receipt 
by Contractor of the notification of change or addition: provided, however, that 
Lockheed, if it decides that the facts justify such action, may receive and act 
upon any such claim asserted at any time prior to final payment under this sub- 
contract. Nothing in this article, however, shall excuse Contractor from pro- 
ceeding with this subcontract as changed. 

ARTICLE 4 - LIMITATI ON OF ALLOWABLE COSTS 

a. It is estimated that the total cost to Lockheed, exclusive of any 
fixed fee, for the performance of this subcontract will not exceed the estimated 
cost set forth in said purchase order. Contractor agrees to use its best efforts 
to perform the work specified in said purchase order and all obligations under 
this subcontract within such estimated cost« If at any time Contractor has reason 
to believe that the costs which it expects to incur in the performance of said 
purchase order in the next succeeding thirty (30) days, when added to all costs 
previously incurred, will exceed eighty-five percent (85$) of the estimated cost 
then set forth in said purchase order or if at any time Contractor has reason 

to believe that the total cost to Lockheed, exclusive of any fixed fee, for the 
performance of said purchase order will be substantially greater or less than 
the then estimated cost thereof, Contractor shall notify Lockheed in writing to 
that effect, giving its revised estimate of such total cost for the performance 
of said purchase, order, together with an appropriate breakdown of such estimate 
and a statement setting forth a reason for such anticipated increase or decrease 
in cost so that at the discretion of Lockheed and with the approval of the Con- 
tracting Officer, an appropriate increase or decrease may be made in the esti- 
mated cost without a corresponding change in fixed fee except as to adjustment 
in the fixed fee as provided for in Article 3 (Changes). 

b. Lockheed shall not be obligated to reimburse Contractor for costs 
incurred in excess of the estimated cost set forth in said purchase order and 
Contractor shall not be obligated to continue performance under this subcontract 
or to incur costs in excess of the estimated cost set forth in said purchase 
order, unless and until Lockheed shall have notified Contractor in writing that 
such estimated cost has been increased and shall have specified in such notice 

a revised estimated cost which shall thereupon constitute the estimated cost of 
performance of this subcontract. When and to the extent that the estimated cost 
set forth in said purchase order has been increased, any costs incurred by Con- 
tractor in excess of such estimated cost prior to the increase in estimated cost 
shall be allowable to the same extent as if such costs had been incurred after 
such increase in estimated cost, if so stated in writing at the time such increase 
is authorized. 
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ARTICLE 5 - ALLOWABLE COSTS AM) FIXED FEE 

a. Lockheed shall pay to Contractor, at the time and in the mann er 
hereinafter set forth, for all services and supplies to he furnished here- 
under the allowable costs therefor determined as hereinafter set forth in 
paragraph (b) of this article, plus a fee based on a percentage of the 
total estimated cost as specified in said purchase order. If Lockheed, 
because of the requirement of the Government, or for any other reasons, 
accepts services or supplies under this subcontract which do not conform 
to the guarantees set forth in Article 8 (inspection and Correction of 
Defects) hereof, Lockheed shall pay the allowable costs as hereinafter 
defined of furnishing and . delivering such services and supplies, subject 
to the provisions of said Article 8 . The total estimated cost and fixed 
fee shall be subject to increases and decreases resulting from changes or 
additions as provided in Article 3 (Changes) hereof, or from chan ges in 
the scope or nature of the work to be performed under this subcontract 
which are agreed to by Contractor and Lockheed. 

b. The allowable costs of performing this subcontract shall be those 
incurred by Contractor and properly chargeable to the subcontract which 
are claimed by Contractor and accepted as such by the Contracting Officer. 
The following criteria shall apply to the determination of allowable costs: 

1. Allowable costs of performance shall be determined in 
accordance with Part 2 of Section XV of the Armed 
Services Procurement Regulations as in effect on the 
date of the prime contract. 

2. Costs incurred for the performance of overtime work 

shall be allowable items of cost hereunder only if 
and to the extent that the overtime work for which 
such payments are made shall be authorized by Lockheed 
in writing prior to the performance of such overtime 
work. Each request for suc h authorization shall be 
submitted to Lockheed via the cognizant Government" 
Representative at Contractor's plant. ~ 

3. Costs incurred by Contractor by reason of its use and 
occupancy of facilities furnished pursuant to facilities 
contracts authorized for use in connection with this 
subcontract insofar as they are allocable to the perform- 
ance of this subcontract shall be allowable costs except 
to the extent that Contractor is reimbursed for such 
costs under other contracts or to the extent that 
provision is made apart from this subcontract or other 
contracts for the payment of such costs by the Government 
or otherwise than by Contractor, and except to the extent 
that such costs are included in Contractor's overhead. 
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4. Appropriate credit shall he given to Lockheed for 
disposal of scrap and salvage and any surplus parts 
or material. Lockheed shall not he charged for 
excessive procurement of material and parts. 

5. Costs incurred hy Contractor in connection with third 
party claims based on hodily injury or death or 
property damage shall not he considered as allowable 
costs under this subcontract. 

6. There shall he included as allowable indirect costs 
such overhead rates as may he established hy Con- 
tractor and the Contracting Officer or his authorized 

' representative in accordance with the principles of 

Armed Services Procurement Regulations. Pending 
establishment of final overhead rates for any period, 

Contractor shall he reimbursed at hilling rates 
acceptable to the Contracting Officer or his author- 
ized representative, which hilling rates may he 
revised from time to time with the approval of the 
Contracting Officer or his authorized representative, 
subject to appropriate adjustment when the final rates 
for that period are established. 

ARTICLE 6 - PAYMENT AND REIMBURSEMENT 

a. Payment of the fixed fee provided for herein and reimbursement of 
allowable costs shall be made upon the basis of invoices submitted to the 
Contracting Officer which shall be in such form and detail as the Contracting 
Officer may require and shall be supported by statements of costs incurred 

by Contractor in the performance of this subcontract and claimed to constitute 
allowable costs. 

b. The originals and two copies of such invoices covering allowable 
costs and fixed fee, certified by an Officer or other responsible Official 
of the Contractor Authorized by it to certify such statements shall be sub- 
mitted to the Contracting Officer for approval and three additional copies 
shall be submitted to the cognizant Government audit agency. Such invoices 
may be provisionally approved by the Contracting Officer subject to final 
audit by the cognizant United States . Government audit agency for Contractor * s 
plant. The original and two copies of such invoices bearing the certifi- 
cation of such approval of the Contracting Officer shall be forwarded to 
Lockheed but not more frequently than once every thirty (30 ) days (or at 
more frequent intervals if approved by Lockheed). Within thirty (30) days 
after receipt and acceptance of such invoices, Lockheed shall make payment 

of such allowable costs approved by the Contracting Officer plus eighty- 
five per cent ( 85 $) of the accrued fixed fed, as such fixed fee may be 
adjusted from time to time pursuant to Article (Changes).. Accrual of such 
fixed fee shall be based upon the percentage of the performance of the work 
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actually done hereunder as determined from estimates made hy Contractor 
and approved by Lockheed. Upon completion of this subcontract, including 
execution of the release called for in Article 7 (Release Provisions ) 
hereof, and the furnishing of the documents, data and reports called for 
in Article 29 (Patent Rights) hereof, the unpaid balance of the fixed fee, 
as the same may have been adjusted from time to time shall be paid to 
Contractor . All payments of allowable costs made pursuant hereto shall 
be subject to adjustment from time to time as a result of audit by the 
cognizant United States Government auditing agency, which adjustments 
shall be recognized and accepted by Contractor to the extent that such 
adjustments are approved by Lockheed and the Contracting Officer. 

c. At any time or times prior to the final payment on account of 
allowable costs, the Contracting Officer or Lockheed may cause to be 
made such audit of invoices and statements of cost as shall be deemed 
proper. Payments made by Lockheed shall be subject to reduction to the 
extent of amounts included in any invoices which are found by the Con- 
tracting Officer not to constitute allowable costs and shall also be 
subject to reduction for overpayments or to increase for under-payments 
made on preceding invoices. 

d. If any amount actually paid by Lockheed to Contractor is dis- 
allowed to Lockheed by Lockheed's local Government Auditors, by the 
Contracting Officer at Lockheed's plant or by the General Accounting 
Office, as an item of cost under its Government prime contract, or if 
Lockheed is required, because of any action of the Government to refund 
or credit to the Government any amount with respect to an item of cost 
for which it has reimbursed Contractor, Contractor shall, on d eman d 
made by Lockheed after such disallowance or after Lockheed shall have 
made such refund or given such credit, promptly repay to Lockheed the 
amount which Lockheed has paid to Contractor with respect to any such 
item or items; provided, however, that to the extent such disallowance 
or such refund or credit is the result of the performance by Contractor 
of work authorized by Lockheed but not authorized by the prime contract. 
Contractor shall not be required to repay to Lockheed the amount which 
Lockheed has paid to Contractor with respect to the performance of such 
work. In the event Lockheed shall recover any amount so disallowed 

or so refunded or credited by it to the Government with respect to any 
such item or items, Lockheed shall pay the amount of such recovery to 
Contractor if the same shall not theretofore have been repaid to 
Contractor. 

e. In the event that any department, agency or representative of 
the Government disallows any cost granted under this subcontract and in 
Lockheed's opinion it appears that such disallowance is inequitable 
and that such cost should be considered allowable, then Lockheed agrees 

to negotiate with such department, agency or representative of the Govern- 
ment to obtain the reinstatement of such costs as allowable under the 
terms of this subcontract. 
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ARTICLE 7 -- RELEASE PROVISIONS 


a* Contractor and each assignee under an assignment entered into 
under this subcontract and in effect at the time of final payment under 
this subcontract shall execute and deliver at the time of and as a 
condition precedent to final payment under this subcontract, a release 
discharging Lockheed and the Government, and their respective officers, 
agents and employees, of and from all liabilities, obligations, and 
claims arising out of or under this subcontract subject only to the 
following exceptions : 

1. Specified claims in stated amounts or in estimated 
amounts where the amounts are not susceptible of 
exact statement by Contractor. 

2. Claims, together with reasonable expenses incidental 
thereto, based upon the liabilities of Contractor to 
third parties arising out of the performance of this 
subcontract (but not including claims based on bodily 
injury or death or property damage) which are not 
known to Contractor on the date of the execution of 
the release, and of which Contractor gives notice in 
writing to Lockheed not more than five ( 5 ) years after 
the date of the release or the date of any notice to 
Contractor that Lockheed is prepared to make final 
payment, whichever is earlier. 

3* Claims for reimbursement of costs (other than ex- 
penses of Contractor by reason of its indemnification 
of Lockheed and the Government against patent liabili- 
ty), including reasonable expenses incidental thereto, 
incurred by Contractor under the provisions of this 
subcontract relating to patents. 

b. Contractor agrees that any refunds, rebates or credits (including 
any interest thereon) accruing to or received by Contractor or any assignee 
which arise out of the performance of this subcontract and on account of 
which Contractor has received reimbursement shall be paid by Contractor to 
Lockheed. Contractor and each assignee under an assignment entered into 
under .this subcontract and in effect at the time of final payment under 
this subcontract shall execute and deliver at the time of and as a condi- 
tion precedent to final payment under this subcontract, an assignment to 
Lockheed of refunds, rebates or credits (including any interest thereon) 
arising out of the performance of this subcontract, in form and substance 
satisfactory to Lockheed. Reasonable expenses incurred by Contractor for 
the purpose of securing any such refunds, rebates or credits shall consti- 
tute allowable costs when approved by the Contracting Officer. 
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c. In addition to the release required by paragraph (a) above. 
Contractor shall, prior to final payment, comply with the provisions 
of paragraph (i) of Article 26 hereof and with paragraph (i) of Article 
22 hereof. 

ARTICLE 8 - INSPECTION AND CORRECTION OF DEFECTS 

a. All work under this subcontract shall be subject to inspection 
and test by the Government and/or Lockheed, to the extent practicable at 
all times and places, including the period of performance, and in any 
event prior to final acceptance. Contractor shall provide and maintain 
and shall require its subcontractors to provide and maintain an inspection 
system acceptable to the Government and Lockheed covering the work here- 
under. The Government- and/or Lockheed, through any authorized representa- 
tive, may inspect the plant or plants of Contractor or any of its sub- 
contractors engaged in the performance of this subcontract. If any in- 
spection or test is made by the Government or Lockheed on the premises 

of Contractor or its subcontractor, Contractor shall provide and shall 
require its subcontractors to provide all reasonable facilities and 
assistance for the safety and convenience of Lockheed or the Government 
inspectors in the performance of their duties. All inspections and tests 
by the Government or Lockheed shall be performed in such a manner as will 
not unduly delay the work. 

b. Contractor warrants that the services rendered in the perfor man ce 
of this subcontract will conform to the requirements of this subcontract 
and to high professional standards in the field, and that any supplies 
delivered to Lockheed and/or the Government under this subcontract will 
conform to the requirements of this subcontract and will not be defective 
in material or workmanship. 

c. At any time during the performance of this subcontract, but not 
later than twelve (l2) months after final acceptance by the Government 
of the services or supplies furnished hereunder, the Government or 
Lockheed may require Contractor to remedy by correction or replacement, 
as directed by the Contracting Officer, any failure by Contractor to 
comply with its obligations unaer paragraph (b) hereof. Except as 
otherwise provided in paragraph (d) hereof, the cost of any such replace- 
ment or correction shall be included in allowable costs determined as 
provided in the article of this subcontract entitled "Allowable Costs • 
and Fixed Fee", but no additional fee shall be payable with respect 
thereto. Corrected supplies shall not be tendered again for acceptance 
unless the former tender and the requirement of correction is disclosed. 

If Contractor fails to proceed with reasonable promptness to perform 
such replacement or correction, Lockheed (i) may by contract or other- 
wise perform such replacement or correction and charge to Contractor 

any increased cost occasioned Lockheed thereby or may reduce any fixed 
fee payable under this subcontract, (or require repayments of any fixed 
fee theretofore paid) in such amount as may be equitable under the 
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circumstances, or (ii) in the case of supplies not delivered, may require 
the delivery of such supplies, and shall have the right to reduce any 
fixed fee payable under this subcontract (or to require repayment of any 
fixed fee theretofore paid) in such amount as may be equitable under the 
circumstances, or (iii) may terminate this subcontract for default as 
provided in the article of this subcontract entitled "Termination" . 

d. Notwithstanding the provisions of paragraph (c) hereof, Lockheed 
may at any time require correction or replacement of services or supplies 
by Contractor without cost to Lockheed, which are defective in material or 
workmanship, or otherwise not in conformity with the requirements of this 
subcontract if such failure is due to fraud, lack of good faith or willful 
misconduct on the part of any of Contractor's directors or officers, or 

on the part of any of its managers, superintendents, or other equivalent 
representatives, who has supervision or direction of (i) all or sub- 
stantially all of Contractor's business, or (ii) all or substantially 
all of Contractor's operations at any one plant or separate location in 
which this subcontract is being performed, or (iii) a separate and com- 
plete major industrial operation in connection with performance of this 
subcontract. Fraud, lack of good faith or willful misconduct on the part 
of any such supervisory personnel shall be deemed to include the selection 
of individual employees or the retention of employees after any of such 
supervisory personnel has reason to believe that such employees are 
habitually careless or otherwise unqualified. 

e. Corrected services or supplies tendered as replacements, shall 
be subject to the provisions of this article in the same manner and to 
the same extent as supplies originally delivered under this subcontract. 

f. Records of all inspection work shall be maintained by Contractor 
and shall be kept complete and available to the Government and Lockheed 
during the performance of this subcontract and for such longer period as 
may be specified in this subcontract. 

g. Except as otherwise provided in this subcontract, Contractor's 
obligation to correct or replace Government-furnished property (which is 
property in the possession of or acquired directly by the Government and 
delivered or otherwise made available to Contractor) shall be governed 
by the provisions of the article of this subcontract entitled "Government 
Property" . 

h. Preliminary inspection and acceptance, if any, shall be at 
Contractor's plant as set forth in said purchase order; but in any event 
final inspection and acceptance by Lockheed shall be at Lockheed's plant. 


ARTICLE 9 ~ IDEMNIFICATION 


In the event Contractor, its employees, agents, subcontractors and/or 
lower-tier subcontractors enter premises occupied by or under the control of 
Lockheed in the performance of this subcontract. Contractor agrees that it will 
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indemnify and hold harmless Lockheed, its officers and employees from any loss, 
cost, damage, expense or liability by reason of property damage or personal 
injury of whatsoever nature or kind .arising out of, as. a result of, or in 
connection with such performance occasioned in whole or in part by the actions or 
omissions of Contractor, its employees, agents, subcontracors and/or lower-tier 
subcontractors; and Contractor agrees that it and its subcontractors and lower- 
tier subcontractors will maintain public liability and property damage insurance 
in reasonable limits covering the obligations set forth above, and will maintain 
proper workmen T s compensation insurance covering all employees rendering per- 
formance under this subcontract. 

ARTICLE 10 - ASSIGNMENT OF CLAIMS 


0 


V/ 


a. Neither this subcontract nor any interest hereunder nor any sums becoming 
due to Contractor hereunder shall be assigned by Contractor without the prior written 
consent of Lockheed, except that claims for monies due or to become due Contractor 
from Lockheed under this subcontract may be assigned to a bank, trust company or 
other financing institution, including any federal lending agency. Any such 
assignment of monies due or to become due shall cover all amounts payable under 

this subcontract and not already paid, and shall not be made to more than one party, 
except that any such assignment may be made to one party as agent or trustee for 
two (2) or. more parties participating in such financing. Payment by Lockheed to 
an assignee of any claim under this subcontract shall be subject to set-off or 
recoupment for any present or future claim or claims arising in. connection with 
this subcontract which Lockheed may have against Contractor. 

b. .In the event of any such assignment the assignee shall file four (4) 
signed copies of a written notice of the assignment, together with one copy of the 
instrument of assignment, with Lockheed. 

c. Any claim under this subcontract which has been assigned pursuant to the 
foregoing provisions of this article may be further assigned and reassigned only 
with the prior wrtten consent of Lockheed to a bank, trust company or other fin- 
ancing institution, including any federal lending agency. In the event of such 
further assignemnt or reassignment the assignee shall be required to file one 
signed copy of a written notice of the further assignment or reassignment, to- 
gether with a true copy of the instrument of further assignment or reassignment 
with Contractor; and shall file four (4) signed copies of such written notice, 
tpgetjer with four (4) copies of such instrument with Lockheed. 

d. No assignee shall divulge any information concerning this subcontract 
except to those persons concerned with the transaction. In no event shall copies 
of this subcontract or of any plans, specifications, or other similar documents 
relating to work under this subcontract, if marked "Top Secret”, "Secret" or 
"Confidential", be furnished to any assignee of any claim arising under this sub- 
contract or to any other person not entitled to receive the same; provided, that 
a copy of any part or all of this subcontract so marked may be furnished, or any 
information contained therein may be disclosed, to such assignee upon the prior 
written authorization of Lockheed or the Contracting Officer. 

e. Indication of the assignment of claim and of any further assignment 
thereof and the name of the assignee shall be made on all vouchers or invoices 
certified by Contractor. 
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ARTICLE 11 - RECORDS 

a. Contractor agrees to maintain books and records, documents and 
other evidence pertaining to the costs and expenses of this subcontract 
(hereinafter collectively called the "records") to the extent and in 
such detail as will properly reflect all net costs, direct and indirect, 
of labor, materials, equipment, supplies and services, and other costs 
• and expenses of whatever nature for which reimbursement is claimed 
under the provisions of this subcontract. Contractor's accounting pro- 
cedures and practices shall be subject to the approval of the Contract- 
ing Officer; provided, however, that no material change will be required 
to be made in Contractor's accounting procedures and practices if they 
conform to generally accepted accounting practices and if the costs 
properly applicable to this subcontract are readily ascertainable there- 
from. 


b. Contractor agrees to make available at the office of Contractor 
at all reasonable times during the period set forth in paragraph (d) 
below any of the records for inspection, audit or reproduction by any 
authorized representative of the Department or of the Comptroller General. 

c. In the event the Comptroller General or any of his duly author- 
ized representatives determine that his audit of the amounts reimbursed 
under this subcontract as transportation charges will be made at a place 
other than the office of Contractor, Contractor agrees to deliver, with 
the reimbursement voucher covering such charges, or as may be otherwise 
specified, within two (2) years after reimbursement of charges covered 
by any such voucher, to such representatives as may be designated for 
that purpose through the Contracting Officer, such documentary evidence 
in support of transportation costs as may be required by the'* Comptroller 
General or any of his duly authorized representatives. 

d. Except for documentary evidence delivered to the Government 
pursuant to paragraph' (c) above, Contractor shall preserve and make 
available its records for a period of six (6) years (unless a longer 
period of time is provided by applicable statute) from the date of the 
voucher or invoice submitted by Contractor after the completion of the 
work under this subcontract and designated by Contractor as the "com- 
pletion voucher" or "completion invoice", or, in the event this sub- 
contract has been completely terminated, from the date of the termina- 
tion settlement agreement; provided, however, that records which relate 

to (i) appeals under the clause of the prime contract entitled "Disputes", 
(ii) litigation or the settlement of claims arising out of the perform- 
ance of this subcontract, or (iii) costs or expenses of the subcontract 
as to which exception has been taken by the Comptroller General or any 
of his duly authorized representatives, shall be retained by Contractor 
until such appeals, litigation, claims or exceptions have been disposed 
of, but in no event for less than the six-year period mentioned above. 
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e. Except for documentary evidence delivered pursuant to paragraph 
(c) above, and the records described in the proviso of paragraph (c) 
above, Contractor may in fulfillment of its obligation retain its records 
as required by this article substitute photographs, microphotographs or 
other authentic reproductions of such records, after the expiration of 
two ( 2 ) years following the last day of the month of reimbursement to 
Contractor of the invoice or voucher to which such records relate, unless 
a shorter period is authorized by the Contracting Officer with the con- 
currence of the Comptroller General or his duly authorized representative. 

f. The provisions of this article, including this paragraph (f) 
shall be applicable to and included in each subcontract hereunder which 
is on a cost, a cost-plus-fixed-fee, time-and-material or labor-hour 
basis . 


g. Contractor shall include in each subcontract hereunder, other 
than those described in paragraph (f) above, a provision to the effect 
that the subcontractor agrees that the Comptroller General or the Depart- 
ment, or any of their duly authorized representatives, shall, until the 
expiration of three ( 3 ) years after final payment under the subcontract, 
have access to and the right to examine any directly pertinent books, 
documents, papers, and records of such subcontractor involving transac- 
tions related to the subcontract. The term "subcontract", as used in 
this paragraph (g) only, excludes (i) purchase orders not exceeding 
$1,000 and (ii) subcontracts or purchase orders for public utility 
services at rates established for uniform applicability to the general 
public. 

ARTICLE 12 - SUBCONTRACTS 

a. Contractor shall give advance notification to Lockheed and the 
Contracting Officer of any proposed subcontract or puchase order here- 
under which (i) is on a cost or cost-plus-a-fixed-fee basis or (ii) is 
on a fixed-price basis exceeding in dollar amount either $25,000 or 
five percent {%) of the total estimated cost of this subcontract. 

b. Contractor shall not, without the prior written consent of 
Contracting Officer, place any subcontract or purchase order which (i) 
is on a cost or a cost-plus-a-fixed-fee basis, or (ii) is on a -fixed- 
price basis exceeding in dollar amount either $ 25,000 or five percent 
(5$) of the total estimated cost of this subcontract, or (iii) provides 
for the fabrication, purchase, rental, installation or other acquisition, 
of any item of industrial facilities, or of special tooling having a 
value in excess of $1,000 or (iv) is on a time-and-material or labor- 
hour basis. Lockheed may, in its discretion, ratify in writing any 
such subcontract; such action shall constitute the consent of Lockheed 

as required by this paragraph (b). 
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c. Contractor agrees that no subcontract or purchase order placed 
under this subcontract shall provide for payment on a cost-plus-a-per- 
centage-of-cost- basis. 

d. The Contracting Officer may, in its discretion, specifically 
approve in writing any of the provisions of a subcontract. However, 
such approval or the consent of the Contracting Officer obtained as 
required by this clause shall, not be construed to constitute a determi- 
nation of the allowability of any* cost -under this subcontract, unless 
such approval specif ically; provides’’ that it constitutes a determination 
of the allowability of such' cost. 

e. Contractor shall give Lockheed and the Contracting Officer 
immediate notice -In writing of any action or suit filed, and prompt 
notice of any claim made against Contractor by any subcontractor or 
vendor which, in 'the opinion of Contractor, may result in litigation, 
related in any way to this subcontract with respect to which Contractor 
may be entitled to reimbursement from Lockheed. 

ARTICLE 13 - UTILIZATION OF SMALL BUSINESS CONCERNS 

a. It is the policy of the Government as declared. by the Congress 
to bring about the greatest utilization of small business concerns which 
is consistent with efficient production.. 

b. ■ Contractor agrees to accomplish the maximum amount of sub- 
contracting to small business concerns that Contractor finds to be 
consistent with the efficient performance of this subcontract. 

ARTICLE 14 - TERMINATION 

a. The performance of work under this subcontract may be terminated 
by Lockheed in accordance with this article in whole, or from time to 
time in part, (i) whenever Contractor shall default in, performance 
of this subcontract in accordance with its terms (including in the term 
"default" any such failure by Contractor to make progress in the prose- 
cution of the work hereunder as endangers such performance), and shall 
fail to cure such default within a period of ten days v (or such longer 
periods as Lockheed may allow) dfter receipt from Lockheed of a notioe 
specifying the default, or (ii) in the event of the institution of any 
proceedings by or against Contractor in bankruptcy or insolvency or 
under any provisions of the Bankruptcy Act or for the appointment of a 
receiver or trustee or an assignment .for the benefit of ■ Contractor 1 s * 
creditors, or (iii) whenever for any reason Lockheed shall determine 
that such termination is necessary. Any such termination shall be 
effected by delivery to Contractor of a Notice of Termination specify- 
ing the reason for such termination, the extent to which performance 
of work under the subcontract is terminated, and the date upon which 
such termination becomes effective. If, after notice of termination 
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of this subcontract for default under (i) above, it is determined that 
Contractor's failure to perform or to make progress in performance is 
due to causes beyond the control and without the fault or negligence 
of Contractor pursuant to the provisions of the article of this sub- 
contract entitled "Excusable Delays, " the Notice of Termination 
shall be deemed to have been issued under (iii) above, and the rights 
and obligations of the parties hereto shall in such event be governed 
accordingly. 

b. After receipt of a Notice of Termination and except as other- 
wise directed by Lockheed, Contractor shall (i) stop work under the 
subcontract on the date and to the extent specified in the Notice of 
Termination; (ii) place no further orders or subcontracts for materials, 
services or facilities except as may be necessary for completion of 
such portion of the work under the subcontract as is not terminated; 
(iii) terminate all orders and subcontracts to the extent that they 
relate to the performance of work terminated by the Notice of Termi- 
nation; (iv) assign to Lockheed, in the manner and to the extent 
directed by Lockheed, all of the right, title and interest of Con- 
tractor under the orders or subcontracts so terminated, in which 
case Lockheed shall have the right in its discretion to settle or 
pay any or all claims arising out of the termination of such orders 
and subcontracts; (v) with the approval or ratification of Lockheed, 
to the extent it may require, which approval or ratification shall 
be final and conclusive for all purposes of this article, settle all 
outstanding liabilities and all claims arising out of such termination 
of orders and subcontracts, the cost of which would be reimbursable, in 
whole or in part, in accordance with the provisions of this subcontract; 
(vi) transfer title (to the extent that title has not already been 
transferred) and, in the manner, to the extent and at the times di- 
rected by Lockheed, deliver to Lockheed (a) the fabricated parts or 
unfabricated parts, work in process, completed work, supplies, and 
other material produced as a part of, or acquired in respect of 
the performance of, the work terminated by the Notice of Termination, 

(B) the completed or partially completed plans, drawings, inf ormation 
and other property which, if the subcontract had been completed, would 
be required to be furnished to Lockheed, and (c) the jigs, dies and 
fixtures, and other special tools and tooling acquired or manufactured, 
for the performance of this subcontract, for the cost of which Con- 
tractor has been or will be reimbursed under this subcontract; (vii) 
use its best efforts to sell in the manner, at the time, to the extent, 
and at the price or prices directed or authorized by Lockheed, any 
property of the types referred to in provision (vi) of this paragraph; 
provided, however, that Contractor (a) shall not be required to extend 
credit to any purchaser, and (b) may acquire any such property under 
the conditions prescribed by and at a price or prices approved by 
Lockheed; and provided, further, that the proceeds of any such transfer 
or disposition shall be applied in reduction of any payments to be made 
by Lockheed to Contractor under this subcontract or shall otherwise be 
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credited to the price or cost of the work covered by this subcontract 
or paid in such other manner as Lockheed may direct, (viii) complete 
performance of such part of the work as shall not have been terminated 
by the Notice of Termination; and (ix) take such action as may be 
necessary; or as Lockheed may direct, for the protection and preserva- 
tion of the property related to this subcontract which is in the 
possession of Contractor and in which Lockheed or the Government have 
or may acquire an interest. Contractor shall proceed immediately with 
the performance of the above obligations notwithstanding any delay in 
determining or adjusting the amount of the fixed fee or any item or 
reimbursable cost, .under this article. 

c. After receipt of a Notice of Termination, Contractor shall 
submit to Lockheed its termination claim in the form and with the 
certification prescribed by Lockheed. Such claim shall be submitted 
promptly but in no event later than twelve (l2) months from the 
effective date of termination, unless one or more extensions in writing 
are granted by Lockheed upon request of Contractor made in writing within 
such twelve (l2) month period or authorized extension thereof. However, 
if Lockheed determines that the facts justify such action, it may receive 
and act upon any such termination claim at any time after such twelve 
(l2) month period or any extension thereof. Upon failure of Contractor 
to submit its termination claim within the time allowed, Lockheed shall 
determine, with the approval of the Contracting Officer, on the basis 

of information available to it, the amount, if any, due to Contractor 
by reason of the termination and shall thereupon pay to Contractor 
the amount so determined. 

d. Subject to the provisions of paragraph (c), Contractor and 
Lockheed may agree upon the whole or any part of the amount or amounts 
to be paid (including an allowance for the fixed fee) to Contractor 
by reason of the total or partial termination of work pursuant to this 
article. Said purchase order shall be amended accordingly, and Con- 
tractor shall be paid the agreed amount. 

e. In the event of the failure of Contractor and Lockheed to agree 
in whole or in part, as provided in paragraph (d) above, as to the amounts 
with respect to costs and fixed fee or as to the amount of the fixed fee, 
to be paid to Contractor in connection with the termination of work pursu- 
ant to this article, Lockheed shall determine, on the basis of information 
available to it, the amount, if any, due to Contractor by reason of the 
termination and shall pay to Contractor the amount determined as follows: 

(i) If the settlement includes cost and fixed fee 

(a) There shall be included therein all costs and expenses 
reimbursable in accordance with this subcontract, not 
previously paid to Contractor for the performance of 
this subcontract prior to the effective date of the 


-15- 


Sanitized Copy Approved for Release 2011/01/05 : CIA-RDP89B00709R000200410017-4 



Sanitized Copy Approved for Release 2011/01/05 : CIA-RDP89B00709R000200410017-4 

AF-4-28-58 


Notice of Termination, and such of these costs as may 
continue for a reasonable time thereafter with the 
approval of or as directed by Lockheed; provided, however, 
that Contractor shall proceed as rapidly as practicable 
to discontinue such costs. 

(b) There shall be included therein, so far as not included 

under (a) above, the cost of settling and paying claims 
arising out of the termination of work under subcontracts 
or orders, as provided in paragraph (b) (v) above, which 

are properly chargeable to the terminated portion of this 
subcontract. 

(c) There shall be included therein the reasonable costs of 
settlement, including accounting, legal, clerical and other 
expenses reasonably necessary for the preparation of settle- 
ment claims and supporting data with respect to the termi- 
nated portion of the subcontract and for the termination and 
settlement of purchase orders and subcontracts thereunder, 
together with reasonable storage, transportation, and other 
costs incurred in connection with the protection or dispo- 
sition of termination inventory; provided, however, that 

if the termination is for a reason specified in paragraph 
(a) (i) or (a) (ii) of this Article l4 there shall not be 
included any amounts for the preparation of Contractor’s 
settlement proposal, 

(D) There shall be included therein a portion of the fixed fee 
payable under the subcontract determined as follows: 

(1) In the event of the termination of this subcontract 
pursuant to paragraph (a) (iii) of this Article l4, 
there shall be paid a percentage of the fee equivalent 
to the percentage of the completion of work contemplated 
by this subcontract, less fixed fee payments previously 
made hereunder. 

(2) In the event of the termination of this subcontract for 
the reasons specified in paragraph (a) (i) and (ii) 
this Article l4, the total fixed fee payable shall 

be such proportionate part of the fee (or, if this 
subcontract calls for supplies of different types, of 
such part of the fee as is reasonably allocable to the 
type of supplies under consideration) as the total 
number of supplies delivered to and accepted by Lockheed 
bears to the total number of supplies of a like kind 
called for by this .subcontract. If the amount 
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determined under this paragraph is' less than the 
total payment of fixed fee theretofore made to 
Contractor, Contractor shall repay to Lockheed 
the excess amount. 

(ii) If ’ the settlement includes only the fixed fee, the amount 

thereof will "be determined in accordance with subparagraph 
(e) (i) (d) above. 

f. In arriving at the amount due Contractor under this article there 
shall be deducted (i) all unliquidated advance or other unliquidated payments, 
theretofore made to Contractor, (ii) any claim which Lockheed may have against 
Contractor in connection with this subcontract, and (iii) the agreed price for, 
or the proceeds of sale of, any materials, supplies or other things acquired 
by Contractor or sold pursuant to the provisions of this article and not other- 
wise recovered by or credited to Lockheed. 

g. In the event of a partial termination, the portion of the fixed fee 
which is payable -with respect to the work under the continued portion of the 
subcontract shall be equitably adjusted by agreement between Contractor and 
Lockheed, and such adjustment shall be evidenced by an amendment to said 
purchase order. 

h. Lockheed may from time to time, under such terms and conditions as 
it may prescribe, make partial payments and payments on account against costs 
incurred by Contractor in connection with the terminated portion of the sub- 
contract whenever in the opinion of Lockheed the aggregate of such payments 
shall be within the amount to which Contractor will be entitled hereunder. If 
the total of such payments is in excess of the amount finally determined to be 
due under this article, such excess shall be payable by Contractor to Lockheed 
upon demand, together with interest computed at the rate of six per cent (6$) 
per annum, for the period from the date such excess payment is received by 
Contractor to the date on which such excess is repaid to Lockheed; provided, 
however, that no interest shall be charged with respect to any such excess pay- 
ment, attributable to a reduction in Contractor's claim by reason of retention 
or other disposition or termination inventory until ten (lO) days after the date 
of such retention or disposition. 

i. The provisions of this article relating to the fixed fee shall be 
inapplicable if this contract does not provide for payment of a fixed fee, 

ARTICLE 15 - EXCUSABLE DELAYS 


a. Contractor shall not be in default by reason of any failure in per- 
formance of this subcontract in accordance with its terms (including any failure 
by Contractor to make progress in the prosecution of the work hereunder which 
endangers such performance) if such failure arises out of causes beyond the 
control and without the fault or negligence of Contractor. Such causes 
include, but are not restricted to: acts of God or of the public enemy; acts 
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of the Government; fires; floods; epidemics; quarantine restrictions; strikes; 
freight embargoes; unusually severe weather; and failure of lower-tier sub- 
contractors to perform or make progress due to such causes, unless Lockheed 
shall have determined that the supplies or services to be furnished under the 
lower- tier subcontract were obtainable from other sources and shall have ordered 
Contractor in writing to procure such services or supplies from such other 
sources, and Contractor shall have failed reasonably to comply with such order, 
Contractor shall promptly notify Lockheed of any anticipated failure of perfor- 
mance by reason of such causes. Upon request of Contractor, Lockheed shall 
ascertain the facts and extent of such failure and if it shall determine that 
such failure was occasioned by any one or more of the said causes, the delivery 
schedule shall be revised accordingly, subject to the rights of Lockheed and 
the Government under the Article hereof entitled "Termination". 

b. If Contractor, by reason of a cuase, or^causes, other than those 
specified in (a) above, will be unable to complete the contract work and make 
delivery at the time specified in said purchase orders, it may give Lockheed 
written notice of the anticipated default with the reasons therefor, provided 
such notice is given not less than forty-five ( 45 ) days before the delivery 
dates specified in said purchase order or within such time as Lockheed deems 
sufficient. If such notice is duly given, then, to the extent the interest of 
Lockheed makes an extension desirable, Lockheed may, in its discretion, extend 
the period of time specified in said purchase order for such period as it deems 
advisable, and the said purchase order shall then be modified in writing accordingly. 

ARTICLE 1 6 - BUY AMERICAN ACT 

Contractor agrees that there will be delivered under this subcontract only 
such unmanufactured articles, materials, and supplies (which term "articles, 
materials, and supplies" is hereinafter referred to in this article as "supplies") 
as have been mined or produced in the United States, and only such manufactured 
supplies as have been manufactured in the United States substantially all from 
supplies mined, produced, or manufactured, as the case may be, in the United States. 
Pursuant to the Buy American Act ( 4 l U.S. Code lOa-d), the foregoing provision 
shall not apply (i) with respect to supplies excepted by the Secretary from the 
application of that Act, (ii) with respect to supplies for use outside the United 
States, or (iii) with respect to the supplies to be delivered under this subcontract 
which are of a class or kind determined by the Secretary or his duly authorized 
representative not to be mined, produced, or manufactured, as the case may be, 
in the United States in sufficient and reasonably available commercial quantities 
and of a satisfactory quality, or (iv) with respect to such supplies, from which 
the supplies to be delivered under this subcontract are manufactured, as are 
of a class or kind determined by the Secretary or his duly authorized representative 
not to be mined, produced, or manufactured, as the case may be, in the United 
States in sufficient and reasonably available commercial quantities and of a 
satisfactory quality, provided, that this exception (iv) shall not permit delivery 
of supplies manufactured outside the United States if such supplies are manufactured 
in the United States in sufficient and reasonably available commercial quanties 
and of a satisfactory quality 
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ARTICLE 17 - EIGHT-HOUR LAW OF 1912 


This subcontract, to the extent that it is of a character specified 
in the Eight-Hour Law of 1912 as amended (40 U.S. Code 324-326) and is 
not covered by the Walsh- Healey Public Contracts Act (4l U.S. Code 35-45 ) } 
is subject to the following provisions and exceptions of said Eight-Hour 
Law of 1912 as amended, and to all other provisions and exceptions of said Law: 

No laborer or mechanic doing any part of the work contemplated by this 
subcontract, in the employ of Contractor or any subcontractor contracting for 
any part of the said work, shall be required or permitted to work more than 
eight hours in any one calendar day upon such work, except upon the condition 
that compensation is paid to such laborer or mechanic in accordance with the 
provisions of this article. The wages of every such laborer and mechanic em- 
ployed by Contractor or any subcontractor engaged in the performance shall be 
computed on a basic day rate of eight hours per day; and work in excess of 
eight hours per day is permitted only upon the condition that every such laborer 
and mechanic shall be compensated for all hours worked in excess of eight hours 
per day at not less than one and one-half times the basic rate of pay. For 
each violation of the requirements of this article a penalty of five dollars 
shall be imposed upon Contractor for each such laborer or mechanic for every 
calendar day in which such employee is required or permitted to labor more than 
eight hours upon said work without receiving compensation computed in accordance 
with this article; and all penalties thus imposed shall be withheld for the use 
and benefit of the Government. 

ARTICLE l8 - WAT .SH- HEALEY PUBLIC CONTRACTS ACT 

If this subcontract is for the manufacture or furnishing of materials, 
supplies, articles or equipment in an amount which exceeds or may exceed 
$10,000 and is otherwise subject to the Walsh-Healey Public Contracts Act as 
amended (4l U.S. Code 35-45), there are hereby incorporated by reference all 
representations and stipulations required by said Act and regulations issued 
thereunder by the Secretary of Labor, such representations and stipulations' 
being subject to all applicable rulings and interpretations of the Secretary 
of Labor which are now or may hereafter be in effect. 

ARTICLE 19 - NONDISCRIMINATION IN EMPLOYMENT 

a. In connection with the performance of work under this subcontract, 
the Contractor agrees not to discriminate against any employee or applicant 
for employment because of race, creed, color, or national origin. The 
aforesaid provision shall include, but not be limited to, the following: 
employment, upgrading, demotion, or transfer; recruitment or recruitment 
advertising; layoff or termination; rates of pay or other forms of compensa- 
tion; and selection for training, including apprenticeship. Contractor 
agrees to post hereafter in conspicuous places, available for employees 
and applicants for employment, notices which Contractor shall obtain from 
the Government setting forth the provisions of the nondiscrimination clause. 
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b. Contractor further agrees to insert the foregoing provision in 
all subcontracts hereunder except subcontracts for standard commercial 
supplies or raw materials. 

.ART ICLE 20 - NOTICE TO LOCKHEED AND TO THE GOVERNMENT OF LABOR DISPUTES 

Whenever Contractor has knowledge that any actual or potential labor 
dispute is delaying or threatens to delay the timely performance of this sub- 
contract, Contractor shall immediately give notice thereof, including all 
relevant information with respect thereto, to Lockheed and to the Contracting 
Officer. 6 

ARTICLE 21 - CONVICT LABOR 


In connection with the performance of work under this subcontract. 
Contractor agrees not to employ any person undergoing sentence of imprisonment 
at hard labor. 

ARTICLE 22 - GOVERNMENT PROPERTY 

a. Title to all property purchased by Contractor, for the cost of which 
Contractor is entitled to be reimbursed as a direct item of cost under this 
subcontract, shall pass to and vest in the Government upon delivery of such 
property by the vendor. Title to other property, the cost of which is 
reimbursable to Contractor under this subcontract, shall pass to and vest in 
the Government upon (i) issuance for use of such property in the performance 

of this subcontract, or (ii) commencement of processing or use of such property 
in the performance of this subcontract, or (iii) reimbursement of the cost 
thereof by Lockheed, whichever first occurs. 

b. All property owned by the Government which is furnished by Lockheed 
or the Government to Contractor in connection with the performance of this 
subcontract, together with all property acquired by Contractor title to which 
vests in the Government pursuant to paragraph (a) of this article, are 
collectively referred to in this article as "Government Property". If the 
delivery or performance dates for the supplies or services to be furnished by 
Contractor under this subcontract are based upon the expectation that Government- 
Furnished Property suitable for use will be delivered to Contractor at the 
times stated in said purchase order or, if not so stated, in sufficient time 

to enable Contractor to meet such delivery or performance dates; then upon 
timely written request made by Contractor, Lockheed will make a determination 
of the delay occasioned Contractor and shall equitably adjust the est ima ted cost, 
fixed fee, or delivery or performance dates or all of them, and any other 
contractual provisions affected by such delay in accordance with the procedures 
provided for in the clause of this subcontract entitled "Changes" (Article 3). 

In the event that Government-Furnished Property is received by Contractor in a 
condition not suitable for the intended use,. Contractor shall upon receipt 
thereof notify Lockheed of such fact and as directed by the Contracting Officer 
either (i) return such property at Government expense or otherwise dispose of the 
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property, or (ii) effect repairs or modification. Upon completion of (i) or (ii) 
above and upon written request of Contractor , Lockheed shall equitably adjust 
the estimated cost, fixed fee, or delivery or performance dates, or all of them, 
and any other contractual provision affected by the return, disposition, repair 
or modification, in accordance with the procedures provided for in Article 3 
of this subcontract. The foregoing provisions for adjustment are exclusive 
and Lockheed shall not be liable to suit for breach of contract by reason of 
any delay in delivery of Government-Furnished Property or delivery of such 
property in a condition not suitable for its intended use. 

c. Title to Government Property shall not be affected by the incorporation 
or attachment thereof to any property not owned by the Government, nor shall 
such Government Property, or any part thereof, be or become a fixture or lose 
its identity as personality by reason of affixation to any realty. Contractor 
shall establish and operate a system acceptable to Lockheed for maintenance of 
property control records and identification of the Government Property in 
accordance with the requirements of the "Manual for the Control of Government 
Property in Possession of Contractors" (Appendix B, Armed Services Procurement 
Regulation), as in effect on the date of the prime contract, which manual is 
hereby incorporated by reference and made a part of this subcontract. 

d. The Government Property provided or furnished pursuant to the term of 
this subcontract shall, unless otherwise provided herein, be used only for the 
performance of this subcontract. 

e. Contractor shall maintain and administer in accordance with sound 
industrial practice, a program for the maintenance, repair, protection and 
preservation of Government Property so as to assure its full availability and 
usefulness for the performance of this subcontract. Contractor shall take all 
reasonable steps to comply with all appropriate directions or instructions 
which Lockheed or the Contracting Officer may prescribe as reasonably necessary 
for the protection of Government Property. 

f. (i) Contractor shall not be liable for any loss of or damage to the 
Government Property, or for expenses incidental to such loss or damage, except 
that Contractor shall be responsible for any such loss or damage (including 
expenses incidental thereto) (a) which results from wilful misconduct or lack 
of good faith on the part of any of Contractor's directors or officers, or on 
the part of any of its managers, superintendents, or other equivalent represen- 
tatives, who has supervision or direction of (i) all or substantially all of 
Contractor's business, or (ii) all or substantially all of Contractor's operations 
at any one plant or separate location in which this subcontract is being performed, 
or (ill) a separate and complete major industrial operation in connection with 

the performance of this subcontract; or (b) which results from a failure on the 
part of Contractor due to the wilful misconduct or lack of good faith on the 
part of any of its directors, officers, or other representatives mentioned in 
subparagraph (a) above, (i) to maintain and administer, in accordance with 
sound industrial practice, the program for maintenance, repair protection and 
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and preservation of Government Property as required by paragraph (d) hereof, 
or (ll) to take all reasonable steps to comply with any appropriate written 
directions of the Contracting Officer under paragraph (d) hereof, or (c) for 
which Contractor is otherwise responsible under the express terms of this 
subcontract; or (d) which results from a risk expressly required to be insured 
under this subcontract, but only to the extent of the insurance so required 
to be procured and maintained, whichever is greater; or (e) which results from 
a risk which is in fact covered by insurance or for which Contractor is other- 
wise reimbursed, but only to the extent of such insurance or re im bursement; 
provided that, if more than one of the above exceptions shall be applicable in 
any case, Contractor's liability under any one exception shall not be limited 
by any other exception. This Article shall not be construed as relieving a 
lower- tier subcontractor from liability for loss or destruction of or damage 
to Government Property in its possession or control, except to the extent that 
the lower-tier subcontract, with the prior approval of Lockheed or the Govern- 
ment, may provide for the relief of the lower- tier subcontractor from such 
liability. In the absence of such approval, the lower-tier subcontract shall 
contain appropriate provisions requiring the return of all Government Property 
in as good condition as when received, except for reasonable wear and tear or 
for the utilization of the property in accordance with the provisions of the 
prime contract. 

(ii) Contractor shall not be reimbursed for, and shall not include as 
an item of overhead, the cost of insurance, or any provision for a reserve, 
covering the risk of loss of or damage to the Government Property, except 

to the extent that Lockheed may have required Contractor to carry such insurance 
under any other provision of this subcontract. 

(iii) Upon the happening of loss or destruction of or damage to the 
Government Property, Contractor shall notify Lockheed and the Contracting 
Officer thereof, and shall communicate with the Loss and Salvage Organiza- 
tion, if any, now or hereafter designated by the Contracting Officer, and 
with the assistance of the Loss and Shlvage Organization so designated (un- 
less the Contracting Officer has designated that no such organization be em- 
ployed), shall take all reasonable steps to protect the Government Property 
from further damage, separate the damaged and undamaged Government Property, 
put all the Government Property in the best possible order, and furnish to 
Lockheed and the Contracting Officer a statement of (a) the lost, destroyed 
and damaged Government Property, (b) the time and origin of the loss, destruc- 
tion or damage, (c) all known interest in the commingled property of which the 
Government Property is a part, and (d) the insurance, if any, covering any part 
of or interest in such commingled property. Contractor shall make repairs and 
renovations of the damaged Government Property or take such other action as Lockheed 
directs . 

(iv) In the event Contractor is indemnified, reimbursed, or otherwise com- 
pensated for any loss or destruction of or damage to the Government Property, it 
shall use the proceeds to repair, renovate or replace the Government Property 
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involved, or shall credit such proceeds against the cost of the work covered 
hy the subcontract, or shall otherwise reimburse Lockheed or the Government, 
as directed by Lockheed. Contractor shall do nothing to predudice the Govern- 
ment's right to recover against third parties for any such loss, destruction 
or damage and, upon the request of Lockheed or the Contracting Officer, shall, 
at Lockheed's or the Government's expense, furnish to the Government and Lock- 
heed all reasonable assistance and cooperation (including the prosecution of 
suit and the execution of instruments of assignment in favor of the Government) 
in obtaining recovery. In addition, where a lower- tier subcontractor has not 
been relieved from liability for any loss or destruction of or damage to Govern- 
ment Property, Contractor shall enforce liability of the lower-tier subcontractor 
for such loss or destruction of or damage to the Government Property for the 
benefit of the Government. 

g. Lockheed and the Government shall at all reasonable times have access 
to the premises where any of the Government Property is located. 

h. The Government Property shall remain in the possession of Contractor 
for such period of time as is required for the performance of this subcontract 
unless Lockheed or the Contracting Officer determines that the interests of the 
Government require removal of such property. In such case Contractor shall 
promptly take such action as Lockheed or the Contracting Officer may direct with 
respect to the removal and shipping of Government Property. In any such instance, 
the subcontract may be amended to accomplish an equitable adjustment in the terms 
and provisions thereof. 

i. Upon the completion of this subcontract, or at such earlier date as 
may be fixed by Lockheed or the Contracting Officer, Contractor shall submit 
to Lockheed, in acceptable form, inventory schedules covering all items of 
the Government Property not consumed in the performance of this subcontract 
(including any resulting scrap), or not theretofore delivered to Lockheed or 
the Government, and shall deliver or make such other disposal of the Government 
Property as may be directed by lockheed or the Contracting Officer. Recoverable 
scrap shall be reported in accordance with a procedure and in such form as Lock- 
heed or the Contracting Officer may direct. The net proceeds of any such dis- 
posal approved by Lockheed or the Contracting Officer shall be credited to the 
cost of the work covered by the subcontract or shall be paid in such manner as 
Lockheed or the Contracting Officer may direct. 

j. Unless otherwise provided herein, Lockheed or the Government shall 
not be under any duty or obligation to restore or rehabilitate or to pay the 
costs of the restoration or rehabilitation of Contractor's plant or any portion 
thereof which is affected by the removal of any Government Property. 

k. Directions of Lockheed and the Contracting Officer and communications 
of Contractor issued pursuant to this article shall be in writing. 
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A RTICLE 23 - PRIORITIES, ALLOCATIONS AMD ALLOTMENTS 

Contractor agrees, in the procurement and use of materials required for 
the performance of this subcontract, to comply with the provisions of all 
applicable rules and regulations of the Business and Defense Services Adminis- 
tration, including Defense Materials System regulation. 

ARTI CLE 24 - OFFICIALS NOT TO BENEFIT 

No member of or delegate to Congress, or Resident Commissioner, shall be 
admitted to any share or part of this subcontract or to any benefit that may 
arise therefrom; but this provision shall not be construed to extend to this 
subcontract if made with a corporation for its general benefit. 

ARTICL E 2 5 - INDEPENDENT CONTRACTOR 

It is understood and agreed that Contractor shall be deemed to be an 
independent contractor in all its operations and activities hereunder; and 
that the employees furnished by Contractor to perform work on this project shall 
be deemed to be Contractor's employees exclusively without any relation whatever 
to Lockheed as employees or as independent contractors; that said employees shall 
be paid by Contractor for all services in this connection; that Contractor shall 
carry workmen's compensation insurance and that Contractor shall be responsible 
for all obligations and reports covering social security, unemployment insurance, 
workmen's compensation, income tax, and other reports and deductions required 
by State and/or Federal law. 

ARTICLE 26 - PATENT RIGHTS 

a. As used in this article, the following terms shall have the meanings 
set forth below: 

(l) The term "Subject Invention" means any invention, improvement or 
discovery (whether or not patentable) conceived or first 
actually reduced to practice either- - 

(A) in the performance of the experimental, developmental, 
or research work called for or required under this 
subcontract, or 

(B) in the performance of any experimental, developmental, 
or research work relating to the subject matter of 
this subcontract which was done upon an understanding 
in writing that a subcontract would be awarded; pro- 
vided that the term "Subject Invention" shall not 
include any invention which is specified in said pur- 
chase order as being excluded from the license granted 
by this article. 
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(ii) The term "Technical Personnel" means any person employed hy 
or working under contract with Contractor (other than a 
subcontractor whose responsibilities with respect to rights 
accruing to the Government in inventions arising under 
subcontracts are set forth in paragraphs (g), (h), and (i) 
of this article) who, by reason of the nature of his duties 
in connection with the performance of this subcontract, 
would reasonably be expected to make inventions. 

(iii) The terms "subcontract" and "subcontractor" mean any 
subcontract or subcontractor of Contractor, and any 
lower-tier subcontract or subcontractor under this subcontract. 

b. (l) Contractor agrees to and does hereby grant to Lockheed and the 
Government an irrevocable, nonexclusive, nontransf erable , and royalty-free 
license to practice, and cause to be practiced by or for Lockheed and the 

_ United States Government, throughout the world, each Subject Invention in 

the manufacture, use and disposition according to law, of any article or 
material, and in the use of any method. No license granted herein shall 
convey any right to the Government to manufacture, have manufactured, or 
use any Subject Invention for the purpose of providing services or supplies 
to the general public in competition with Contractor or Contractor's commer- 
cial licensees in the licensed field. 

(2) With respect to: 

(i) any Subject Invention made by other than Technical Personnel; 

(ii) any Subject Invention conceived prior to, but first actually 
reduced to practice in the course of, any of the experimental, 
developmental, or research work specified in (a) (i) above; 
and 

/ \ 

v -"' (iii)the practice of any Subject Invention in foreign countries; 

the obligation of Contractor to grant a license as provided 
in (b) (l) above, to convey title as provided in (d) (ii) (b) or 
(a) (iv) below, and to convey foreign rights as provided in 
(e) below, shall be limited to the extent of Contractor's 
right to grant the same without incurring any obligation to 
pay royalties or other compensation to others solely on 
account of said grant. Nothing contained in this Patent 
Rights article shall be deemed to grant any license under 
any invention other than a Subject Invention. 

c. Contractor shall furnish to the Contracting Officer through Lockheed 
the following information and reports concerning Subject Inventions which 
reasonably appear to be patentable: 
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(i) a written disclosure promptly after conception or first 
actual reduction to practice of each such Invention together 
with a written statement specifying whether or not a United 
States patent application claiming the Invention has "been or 
will be filed by or on behalf of Contractor: 

(ii) Interim reports, at least every twelve months, commencing with 
the date of this subcontract, each listing all such inventions 
conceived or first actually reduced to practice more than three 
months prior to the date of the report, and not listed on a prior 
interim report, or certifying that there are no such unreported 
inventions; and 

(iii) prior to final settlement of this subcontract, a final report 
listing all such inventions including all those previously listed 
in interim reports. 

d. In connection with each Subject Invention referred to in (c) (i) 
above. Contractor shall do the following: 

(i) if Contractor specifies that a United States patent application 
claiming such invention will be filed. Contractor shall file or 
cause to be filed such application in due form and time; however, 
if Contractor, after having specified that such an application 
would be filed, decides not to file or cause to be filed said 
application, Contractor shall so notify the Contracting Officer 
through Lockheed at the earliest practicable date and in any event 

not later than eight months after first publication, public use or sale 

(ii) if Contractor specifies that United States patent application 
claiming such invention has not been filed and will not be filed 
(or having specified that such an application will be filed there- 
after notifies the Contracting Officer with copies to Lockheed 

to the contrary), Contractor shall: 

(a) inform the Contracting Officer through Iockheed in writing 
at the earliest practicable date of any publication of such 
invention made by or know to Contractor or, where applicable, 
of any contemplated publication by Contractor, stating the 
date and identity of such publication or contemplated publication; 
and 

(B) convey to the Government the Contractor's entire right, title, 
and interest in such invention by delivering to the Contracting 
Officer through Lockheed upon written request such duly executed 
instruments (prepared by the Government) or assignment and 
application, and such other papers as are deemed necessary 
to vest in the Government Contractor's right, title, and interest 
aforesaid, and the right to apply for and prosecute patent 
applications covering such invention throughout the world, 
subject, however, to the right of the Contractor specified 
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in (e) below to file foreign applications, subject to 
the reservation of the license granted by Contractor 
to Lockheed pursuant to paragraph (b) of this article, 
and subject further to the reservation of a nonexclusive 
and royalty-free license to Contractor (and to its 
existing and future associated and affiliated companies, 
if any, within the corporate structure of which Contractor 
is a part) which license shall be assignable to the 
successor of that part of Contractor's business to which 
such Invention pertains; 


(iii) 

Contractor shall furnish promptly to Lockheed and the Contract' 
ing Officer on request an irrevocable power of attorney to 
inspect and make copies of each United States patent appli- 
cation filed by or on behalf of Contractor covering any such 
invention; 

(iv) 

in the event Contractor, or those other than the Government 
deriving rights from Contractor, elects not to continue pro- 
secution of any such United States patent application filed 
by or on behalf of Contractor, Contractor shall so notify 
the Contracting Officer via Lockheed not less than sixty days 
before the expiration of the response period and, upon written 
request, deliver to the Contracting Officer through Lockheed 
such duly executed instruments (prepared by the Government) 
as are deemed necessary to vest in the Government Contractor^ 
entire right, title, and interest in such invention and the 
applications, subject to the reservations as specified in 
(d) (ii) above; and 

(v) 

Contractor shall deliver to Lockheed and the Contracting 
Officer duly executed instruments fully confirmatory of any 4 
license rights herein agreed to be granted to Lockheed and 
the Government. 

e. Contractor, or those other than the Government deriving rights from 
Contractor, shall have the exclusive rights to file applications on Subject 
Inventions in each foreign country within: 

(i) 

nine months from the date a corresponding United States 
application is filed; 

di) 

six months from the date permission is granted to file 
foreign applications where such filing had been prohibited 
for security reasons; 

(iii) 

such longer period as may be approved by the Contracting 
Officer. Contractor shall, upon written request of the 
Contracting Officer through Lockheed, convey to the Government 
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Contractor's entire right, title and interest in each 
Subject Invention in each foreign country in which an 
application has not been filed within the time above 
specified, subject to the reservation of a nonexclusive 
and royalty-free license to Contractor and Lockheed together 
with the right of Contractor and Lockheed to grant sublicenses, 
which license and right shall be assignable to the' successor 
to that part of Contractor's or Lockheed's business to which 
the Subject Invention pertains. 

f. Contractor shall exert all reasonable effort in negotiating for the 
inclusion of this Patent Rights clause in any subcontract hereunder of three 
thousand dollars ($3^000) or more having experimental, developmental, or re- 
search work as one of its purposes. In the event of refusal by a subcontractor 
to accept the Patent Rights clause, Contractor shall not proceed with the sub- 
contract without written authorization of Lockheed, and upon obtaining such 
authorization, shall cooperate with Lockheed in the negotiation with such sub- 
contractor of an acceptable patent rights clause; provided, however, that Con- 
tractor shall in any event require the subcontractor to grant the Government 
and Lockheed patent rights under Subject Inventions of no less scope and on no 
less favorable terms than those which Contractor has under such subconracts, 
except that in no event shall the subcontractor be required to grant to Lockheed 
and the Government patent rights in excess of those herein agreed to be granted 
to Lockheed and the Government by Contractor. 

g. Contractor shall, at the earliest practicable date, notify the Contract- 
ing Officer and Lockheed in writing of any subcontract, containing a patent rights 
clause, furnish the Contracting Officer and Lockheed a copy of such clause, and 
notify the Contracting Officer and Lockheed when such subcontract is completed. 

It is understood that with respect to such subcontract clause, Lockheed and the 
Government are third party beneficiaries; and Contractor hereby assigns to the 
Government and Lockheed all the rights that Contractor would have to enforce 
the subcontractor's obligations for the benefit of the Government and Lockheed 
with respect to Subject Inventions. Contractor shall not be obligated to enforce 
the agreements of any subcontractor hereunder relating to Subject Inventions. 

h. When Contractor shows that it has been delayed in the performance of 
this subcontract by reason of its inability to obtain in accordance with (f) 
above a suitable patent rights clause from a qualified subcontractor for any 
item or service required under this subcontract for which Contractor itself 
does not have available facilities or qualified personnel Contractor's delivery 
dates shall be extended for a period of time equal to the duration of such delay; 
and, upon request of Contractor, Lockheed shall determine to what extent, if any, 
an additional extension of the delivery dates and an increase in contract prices 
based upon additional costs incurred by such delay are proper under the circum- 
stances; and the subcontract shall be modified accordingly. If Contractor, 

after exerting all reasonable effort, is unable to obtain a qualified subcontractor 
as set forth above, Contractor may submit to Lockheed a written request for waiver 
or modification of the requirement that a suitable patent rights clause be 
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included in the subcontract. Such request shall specifically state that 
Contractor has used all reasonable effort to obtain such qualified subcontractor, 
and shall cite the waiver or termination provision hereinafter set forth. If, 
within thirty- five ( 35 ) days after the date of receipt of such request for a 
waiver or modification of said requirement, Lockheed shall fail to deny in writing 
such request,, the requirement shall be deemed to have been waived by Lockheed. 

If within such period '’Contractor shall receive a written denial of such request 
by Lockheed, this subcont act shall thereupon automatically terminate and the 
rights and obligations of the parties shall be governed by the provisions of 
the article of this subcontract entitled "Termination". 

i. Contractor shall, prior to final payment, furnish Lockheed with the 
following: 

(i) A list of all patents, if any, issued on Subject Inventions under 
this subcontract; 

(ii) A list of all Subject Inventions, if any, not yet reduced to a 
patent but which are or will be the subject of a patent application; 

(iii) A statement that there are no patented or patentable Subject Inven- 
tions if, in fact, there are none* 

ARTICLE 27 - FILING OF PATENT APPLICATIONS 

a. Before filing or causing to be filed a patent application disclosing 
any subject matter of this subcontract, which subject matter is classified 
"Secret" or higher. Contractor shall, citing the thirty ( 30 ) day provision below, 
transmit the proposed application through Lockheed to the Contracting Officer 
for determination whether, for reasons of national security, such application 
should be placed under an order of secrecy of sealed in accordance with the 
provisions of 35 U* S. Code l 8 l-l 88 or the issuance of a patent should be other- 
wise delayed under pertinent statutes or regulations; and Contractor shall ob- 
serve any instructions of the Contracting Officer with respect to the manner 

of delivery of the patent application to the U. S. Patent Office for filing, 
but Contractor snail not be denied tne right to file such patent application. 

If the Contracting Officer shall not have given any such instructions within 
thirty ( 30 ) days from the date of mailing or other transmittal of the proposed 
application. Contractor may file the application. 

b. Contractor shall furnish to Lockheed and the Contracting Officer, at 
the time of or prior to the time when Contractor files or causes to be filed 
a patent application disclosing any subject matter of this subcontract, which 
subject matter is classified "Confidential", a copy of such application should 
be placed under an order of secrecy or the issuance of a patent should be other- 
wise delayed under pertinent statutes or regulations. 
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c. In filing any patent application coming within the scope of this 
article, Contractor shall observe all applicable security regulations 
covering the transmission of classified subject matter. 

ARTICLE 28 - NOTICE AND ASSISTANCE REGARDING PATENT INFRINGEMENT 


a. Contractor shall report to Lockheed, promptly and. in reasonable 
written detail, each notice or claim of patent infringement based on the 
performance of this subcontract, or any subcontract hereunder of which 
Contractor has knowledge. 

b. In the event of litigation against the Government and/or Lockheed 
on account of any claim of infringement arising out of the performance of 
this subcontract or out of the use of any supplies furnished or services 
performed hereunder, Contractor agrees that it will furnish to the Govern- 
ment and/or Lockheed, upon request, all evidence and information in its 
possession pertaining to such litigation. Such evidence and information 
shall be furnished at the expense of the Government and/or Lockheed, 
except in those cases in which Contractor has agreed to indemnify the 
Government and/or Lockheed against the claim being asserted. 

ARTICLE 29 - REPORTING OF ROYALTIES 

If this contrae4- is in an amount which exceeds $lO,OO0^th"e Contractor 
agrees to report in writing'^CoHk}£kheed, duringt^gs^pef^ormance of this 
contract and prior to its completioiT75*^fi^gj£^e?tlement, the amount of 
any royalties or royalty rates paido£^ro"^^p^id by it directly to others 
in connection with the perf orma^e^of this c ont raW>^to ge the r with the 
names and addresses of licejjsd^s to whom such paymentsSCl'ek.made and either 
the patent numbers inml^i or such other information as wili'-p^rmit 
identification oftfed'patents or other basis on which royalties a5*e«e^to 
be paid. If tjiardcontract is in an amount which exceeds $10,000, anailo 
royaltiesoar^royalty rates are paid or to be paid directly to others 
under tke circumstances set forth above, the Contractor agrees so to 
repeft in writing to Lockheed prior to completion or final settlement 
“dr this contract. 

ARTICLE 30 - PAYMENT OF ROYALTIES 


Payments by Contractor of any sum for royalties or patent rights 
not included in the ordinary purchase price of standard commercial supplies 
shall not constitute items of allowable cost hereunder, unless and until 
approved by Lockheed and the Contracting Officer. Reimbursement to 
Contractor on account of any such payments shall not be construed as an 
admission by Lockheed and/or the Government of the enforceability, validity 
or scope of, or title to any of the patents involved, nor shall any such 
reimbursement constitute a waiver of any rights or defenses respecting 
such patents . 
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ARTICLE 31 - AUTHORIZATION AM) CONSENT 

The prime contract under which this is a subcontract contains a 
section in which the Government gives authorization and consent with 
respect to patented inventions, as follows: 

"AUTHORIZATION AND CONSENT - - The Government hereby gives 
its authorization and consent for all use and manufacture 
of any patented invention in the performance of this con- 
tract or any part hereof or any amendment hereto or any 
subcontract hereunder (including any lower- tier subcon- 
tract) . " 

ARTICLE 32 - EXCESS PROFIT 

The Contractor agrees that, unless otherwise provided by law, this 
contract shall be subject to all the provisions of 10 U.S.C. 2382 and 
7300 and shall be deemed to contain all the agreements required by 
those sections; provided, however, that this clause shall not be con- 
strued to enlarge or extend by contract the obligations imposed by 
those section. The Contractor agrees to insert in the subcontracts 
specified in those sections either the provisions of this clause or 
the provisions required by those sections. 

ARTICLE 33 - RENEGOTIATION 

a. To the extent required by law, this contract is subject to the 
Renegotiation Act of 1951 (P.L. 9 , 82d Cong., 65 Stat 7) as amended 
(P.L. 764, 83 d Cong. , 68 Stat. 1116; P.L. 216, 84th Cong., 69 Stat 447), 
and to any subsequent act of Congress providing for the renegotiation of 
contracts. Nothing contained in this clause shall impose any renegotiation 
obligation with respect to this contract or any subcontract hereunder 
which is not imposed by an act of Congress heretofore or hereafter 
enacted. Subject to the foregoing this contract shall be deemed to con- 
tain all the provisions required by Section 104 of the Renegotiation Act 

of 1951 > and by any such other act, without subsequent contract amendment 
specifically incorporating such provisions. 

b. The Contractor agrees to insert the provisions of this clause, 
including this paragraph b, in all subcontracts, as that term is defined 
in section 103g of the Renegotaition Act of 1951 or in any subsequent 
act of Congress providing for the renegotiation of contracts. 

ARTICLE 34 - MILITARY SECURITY REQUIREMENTS 


a. The provisions of this article shall apply to the extent that 
this subcontract involves access to information classified "Confidential” 
including "Confidential- -Modified Handling Authorized" or higher. 
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b. Lockheed shall notify Contractor of the security classification 
of this subcontract and the elements thereof, and of any subsequent 
revisions in such security classification, by the use of a Security 
Requirements Check List (DD Forms and 25^-1 ). 

c. To the extent Lockheed has indicated as of the date of this 
subcontract, or thereafter indicates, security classification under 
this subcontract as provided in paragraph (b) above, Contractor shall 
safeguard all classified elements of this subcontract and shall provide 
and maintain a system of security controls within its own organization 
in accordance with the requirements of: 

(i) the Security Agreement (DD Form kbl ), including the 
Department of Defense Industrial Security Manual 
for Safeguarding Classified Information as in effect 
on the date of this subcontract, and any modifica- 
tion to the Security Agreement for the purpose of 
adapting the Manual to Contractor's business; and 

(ii) any amendments to said Manual made after the date 
of this subcontract, notice of which has been 
furnished to Contractor by the Security Office of 
the Military Department having security cognizance 
over the facility. 

d. Representatives of the Military Department having security 
cognizance over the facility and representatives of the contracting 
Military Department shall have the right to inspect at reasonable in- 
tervals the procedures, methods, and facilities utilized by Contractor 
in complying with the security requirements under this subcontract. 
Should the Government, through these representatives, determine that 
Contractor is not complying with the security requirements of this sub- 
contract Contractor shall be informed in writing by the Security Office 
of the cognizant Military Department of the proper action to be taken 
in order to effect compliance with such requirements. 

e. If subsequent to the date of this subcontract, the security 
classifications or security requirements under this subcontract are 
changed by the Government as provided in this article and if such 
change causes an increase or decrease in the estimated cost of the 
performance of this subcontract, the estimated cost and fixed fee shall, 
to the extent appropriate, be subject to an equitable adjustment. Any 
such equitable adjustment shall be accomplished in the manner set forth 
in the changes article of this subcontract. 

f. Contractor agrees to insert, in all subcontracts hereunder 
which involve access to classified information, provisions which shall 
conform substantially to the language of this article, including this 
paragraph . 
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g. Contractor also agrees that it shall determine that any sub- 
contractor proposed by it for the furnishing of supplies and services 
which will involve access to classified information in Contractor's 
custody has been granted an appropriate facility security clearance, 
which is still in effect, prior to being accorded access to such 
classified information. 

AR TICLE 35 - MEW FEATURES OF DESIGN 

In the event Contractor, prior to completion of work hereunder, 
develops (i) any improvement in the design of the supplies called for 
by this subcontract, which is not incorporated in the supplies delivered 
hereunder, or (ii) any alternative or improved method of accomplishing 
the objectives of this subcontract, which is not employed in the per- 
formance hereof, Contractor" shall promptly give full information with 
respect thereto to Lockheed. 

ARTICLE 36 - REPORTS OF WORK 

Contractor shall submit reports making full disclosure of all 
services done and the results hereof, in the manner, at the times and 
to the extent set forth in said purchase order; provided, however, 
that except as may be otherwise specified in said purchase order. Con- 
tractor 6hall submit such reports in triplicate from time to time as 
requested and upon completion (or earlier termination) of the services. 
Except as may be otherwise specified in said purchase order, or unless 
Contractor is otherwise instructed, Contractor shall, upon completion 
(or earlier termination) of the services, deliver any working drawings 
and specifications of such prototypes as may have been developed. 

ARTICLE 37 - RIGHTS IN DATA - UNLIMITED 


a. The term "Subject Data" as used herein includes writings, sound 
recordings, pictorial reproductions, drawings or other graphical representa- 
tions, and works of any similar nature (whether or not copyrighted) which 
are specified to be delivered under this subcontract. The term does not 
include financial reports, cost analyses and other information incidental 
to contract administration. 

b. Subject to the proviso of c. below, the Government and Lockheed 
may duplicate, use, and disclose in any manner and for any purpose whatsoever, 
and have others so do, all Subject Data delivered under this subcontract; pro- 
vided, however, that with respect to such Subject Data not originated in the 
performance of this subcontract but which is incorporated in the work furnished 
under this subcontract, Lockheed's rights shall be limited to duplication, use 
and disclosure of such Subject Data for governmental purposes. 


-33- 


Sanitized Copy Approved for Release 201 1/01/05 : CIA-RDP89B00709R000200410017-4 



Sanitized Copy Approved for Release 2011/01/05 : CIA-RDP89B00709R000200410017-4 


* 


G 


0 


.Ex 


c. Contractor agrees to and does hereby grant to the Government and to 
Lockheed and to their respective officers, agents, and employees acting with- 
in the scope of their official duties, a royalty- free, non-exclusive and 
irrevocable license throughout the world, to publish, translate, reproduce, 
deliver, perform, dispose of, and to authorize others so to do, all Subject 
Data now or hereafter covered by copyright; provided that with respect to such 
Subject Data not originated in the performance of this subcontract but which 
is incorporated in the work furnished under this subcontract such license shall 
be only to the extent that Contractor, its employees, or any individual or con- 
cern specifically employed or assigned by Contractor to originate and prepare 
such Data under this subcontract, now has, or prior to completion or final 
settlement of this subcontract may acquire, the right to grant such license 
without becoming liable to pay compensation to others solely because of such 
grant. 


d. Contractor shall exert all reasonable effort to advise Lockheed, at 
the time of delivery of the Subject Data furnished under this subcontract, of 
all invasions of the right of privacy contained therein and of all portions 
of such Data copied from work not composed or produced in the performance of 
this subcontract and not licensed under this clause. 


e. Contractor shall report to Lockheed promptly and in reasonable written 
detail, each notice or claim of copyright infringement received by Contractor 
with respect to all Subject Data delivered under this subcontract. 

f. Nothing contained in this clause s h all imply a license to the Govern- 
ment or Lockheed under any patent or be construed as affecting the scope of any 
license or other right otherwise granted to the Government or Lockheed under 
any patent. 


g. Contractor shall not affix any restrictive marking upon any Subject 
Data, and if such markings are affixed, the Government and Lockheed s hall have 
the right at any time to modify, remove, obliterate or ignore any such markings. 

ARTICLE 38 - REPRODUCTION RIGHTS 


Lockheed does not grant or convey to Contractor by virtue of this subcontract 
(i) any reproduction rights in or to the articles called for hereunder, or (ii) 
any right to use designs, drawings or other information belonging to Lockheed or 
supplied by or on behalf of Lockheed for us in the performance of this subcontract, 
in the production, manufacture or design of any articles or materials for anyone 
other than Lockheed. 

ARTICLE 39 - NON-DISCLOSURE OF INFORMATION 


Contractor shall not, without the prior written consent of Lockheed, disclose 
information relative to this subcontract, except as may be required to insure per- 
formance . 
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ARTICLE 40 - FEDERAL? STATE AND LOCAL TAXES 

Except as otherwise provided in this subcontract, Federal, State, and 
Local taxes (other than (i) Federal taxes on income and excell profits, 

(ii) taxes in connection with financing, refinancing, or refunding opera- 
tions, and (iii) Federal excise taxes from which exemption is obtainable 
under Sections 4220 or 4222 of the Internal Revenue Code or for which a 
credit is obtainable under Section 64l6 (b) ( 3 ) (b) thereof) paid by 
Contractor, of any cost of cost-plus-a-fixed-fee subcontractor hereunder 
(provided that there was no fixed-price subcontractor intervening between 
such subcontractor and Contractor) and incident to the performance of 
this subcontract shall constitute items of allowable cost under this sub- 
contract or such cost or cost-plus-a-fixed-fee subcontract if (i) Contractor 
has requested Lockheed to furnish tax exemption certificates or other 
similar evidence of exemption for use by Contractor and such cost or cost- 
plus-a-fixed-fee subcontractor in obtaining exemption from such Federal, 
State or Local Taxes and (ii) Lockheed has notified Contractor that it 
will not furnish such evidence of exemption. Payments of taxes for which 
evidence of exemption has been furnished hereunder shall constitute items 
of allowable cost under this subcontract (i) if the applicable Federal, 

State or Local taxing authorities have refused to accept such evidence 
of exemption and Contractor has notified Lockheed of such refusal, (ii) 
if Contractor has caused the tax in question to be paid in such manner as 
to preserve all rights to refund thereof, (iii) if Contractor causes to 
be assigned to the Government any and all rights to any refund of such 
taxes and (iv) if being so directed by the Contracting Officer, Contractor 
takes the necessary action in cooperation with and for the benefit of the 
Government, to secure a refund of such tax. 

ARTICLE 4l - AMENDMENTS REQUIRED BY PRIME CONTRACT 


Contractor agrees that upon the request of Lockheed it will from 
time to time enter into amendments to this subcontract to incorporate 
additional provisions herein or to change provisions hereof, as Lockheed 
may reasonably deem necessary, in order to comply with the provisions of 
the prime contract or with the provisions of amendments to the prime 
contract. If any such amendment to this subcontract causes an increase 
or decrease in the cost of, or the time required for, performance of this 
subcontract, an equitable adjustment shall be made in the estimated cost 
and fixed fee or delivery schedule, or both, pursuant to Article 3 (Changes) 
hereof. 

ARTICLE 42 - COVENANT AGAINST CONTINGENT FEES 

Contractor warrants that no person or selling agency has been employed 
or retained to solicit or secure this subcontract upon an agreement or 
understanding for a commission, percentage, brokerage or contingent fee, 
excepting bona fide employees or bona fide established commercial or selling 
agencies maintained by Contractor for the purpose of securing business. 
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For breach or violation of this warranty Lockheed shall have the right to 
annul this subcontract without liability or, in its discretion, to deduct 
from the subcontract price of consideration the full amount of such 
commission, percentage, brokerage or contingent fee. 

ARTICLE, 43 - QUALITY CONTROL SPECIFICATION 

Except as otherwise provided in this subcontract. Contractor's system 
of quality control during the performance of this subcontract shall be in 
accordance with the provisions of Military Specification MIL-Q-5923, as in 
effect on the date of this subcontract. 

ARTICLE kh - GRATUITIES 

a. Lockheed may, by written notice to Contractor, terminate the right 
of Contractor to proceed under this contract if Lockheed has a reasonable 
cause to believe that gratuities (in the form of entertainment, gifts, or 
otherwise) were offered or given by Contractor, or any agent or represent- 
ative of Contractor, to any officer or employee of Lockheed with a view 
toward securing a contract or securing favorable treatment with respect 

to the awarding or amendment, or the making of any determination with 
respect to the performing of such contract. 

b. In the event this contract is terminated as provided in paragraph 
a. hereof, Lockheed shall be entitled to pursue the same remedies against 
Contractor as it could pursue in the event of a breach of the contract by 
Contractor . 

c. The rights and remedies of Lockheed provided in this clause 
shall not be exclusive and are in addition to any other rights and remedies 
provided by law or under this contract. 

ARTICLE 45 - DELAY IN DELIVERY OF DATA 

a. It is understood that the efficient use by Lockheed of the supplies 
called for hereunder requires that the data called for hereunder be delivered 
not later than the time or respective times herein specified. If such 
data are not delivered at said time or times, Lockheed may, at its election, 
so long as such data remain undelivered, unless the delay in delivery there- 
of arises out of causes beyond the control and without the fault or negli- 
gence of Contractor within the meaning of the clause hereof entitled 
"Excusable Delays", withhold payment to Contractor for any of the amounts 
then due, refuse approval of Contractor's vouchers and refuse to accept 
further deliveries hereunder from Contractor or take any other action 
authorized by law or regulation now or hereafter in effect, including termi- 
nation of the contract for default to the extent and in the manner author- 
ized by "Termination, " and may take any or all of the foregoing actions 
separately or in combination. 
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b. The provisions of this clause shall only he applicable to technical 
data, such as handbooks, service manuals, or other information necessary for 
the proper maintenance or servicing of the end items called for herein. 

ARTICLE 46 - LIMITS OF CONTRACT 


This contract supersedes all prior offers, negotiations or agreements 
concerning the subject matter hereof and constitutes the entire contract 
between the parties. 

ARTICLE 47 - ADVANCE MANUFACTURE AND SHIPMENT 


Contractor shall not, without Lockheed f s prior written consent, manu- 
facture in advance of Contractor’s normal flow time or deliver in advance 
of schedule. Lockheed may return, shipping charges collect, all articles 
received in advance of schedule. 

ARTICLE 48 - INTERPRETATION 


This subcontract shall be construed and interpreted solely in accord- 
ance with the laws of the State of California. 

ARTICLE 49 - APPROVAL 


This subcontract shall not become effective until approved by the 
Contracting Officer at Lockheed '.s Plant. 
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ARTICLE 50 - ALTERATIONS 


TYPOGRAPHICAL ERRORS 


1. Article 8 - Inspection And Correction Of Defects 

Page 9, Paragraph d, line 8 , 3 rd word, delete "has" 
and substitute "have". 

2. Article 10 - Assignment Of Claims 

Page 10, Paragraph c, line 9> 1st word, delete 
tpgetjer" and substitute "together". 

3* Article 11 - Records 

Page 12, Paragraph e, line 3 , add the word "to" 
after the word "obligation". 
k. Article 26 - Patent Rights 

Page 26, Paragraph d (ii) (A), line 3, 5th word, 
delete "know" and substitute "known". 

5. Article 27 - Filing of Patent Applications 

Page 29, Paragraph a, line 6 , 9th word, delete "of" 
and substitute "or". 

6 . Article 36 - Reports of Work 

Page 33, line 2, 6 th word, delete "hereof" and substitute 
"thereof". 

7 . Article 37 - Rights in Data - Unlimited 

Page 34, Paragraph e, line 1, add the word "in" after 
the word "and". 
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A8TICUS $0 - ALTEHATIOhS (COkTIMUID) 


STAT 
S I Al 


1* 1* all instances herein whs,-* Contractor la required to contact, 
Mmleato with, or direct documents, reports, invoices, ate., to or 
through the Contracting Officer, Contractor la hereby directed to refer 
*11 A»«h aattors In eonneet&ce therewith to Lockheed, attention 


for disposition instructions or forwarding to Contracting Officer, 
if required, with the exception of thooo nottore dealing with tho naln- 
toneneo of proper sorority, tinder no conditions is Contractor to contact 
Contracting Officer or hit duly appointed represent* tive(e) other then on 
natters of security without tho prior approval of Lockheed. 


2. (a) Idas 3 of Paragraph «• of AjjflCLR 6 - PABtiiT AMO mjMm&W mn 
between the words "Lockheed* e* and u oplniea w inoeri ^an4 Con tree tor* a". 

(fe) In Une 5 of Paragraph e. of AtflCLE 6 - PAIM fgf Ag£ IC&HBU&SShEBT 
delete the remainder of the senteneefoliowing the word ^negotiate 1 " 
and in lieu thereof insert "...with the Contracting Officer to obtain 
reinstatement of such coats allowable under the term of this mb* 
contract, notwithstanding any stagnant to the contrary expressed 
or implied herein, Lockheed shall not bo required to pursue the rose* 
lotion of disputes «w behalf of Contractor beyond presentation to 
the Contracting Officer for final dodalott and tha ruling of tho Con- 
tracting Officer shall be final and binding upon all parties ha rate. * 

3. (a) In Line 1 of Paragraph h. of AiSflCat 8 - Xh3Pf OTIOK APB COadKCnag 

O F BEFECTB between the mrda "preliminary* anS ^inspection" Insert 
"and final". 


(b) In Line 2 of Paragraph h. of AMttCtl 8 - DtSPECTIOW &m COMfe CTiQW 

Of BEfKCfS insert between the words "Contractor' a* and m*t* fg jj 

words "or major subcontractor* a* • 

(c) In lino f of Paragraph b. of tffigi 6 - IK 3 FECTI 0 H *ga COUK CtlOK 

y PfffCT* delete the asnl-oolon atui in lieu thereof insert a per'ldT’"’ 
Everything now fallowing the ssni-celcn shell be deleted. 

it. On Pago 2$ In Line 1 and 3 of Subparagraph b. (1) of AOUCLX 26 - PATEMf 
MOMS delete "Loehhood end". ~~ — " " * — 

5. Ob Pg. 31 delete AaTX&g 33 - aUBOOIXATlOKS In Its onUrety. 
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